PLEASE  RETU 

MONTANA 

DEPARTMENT  OF  HIGHWAYS 


Montana  State  Library 


3  0864  1006  6581  2 


CONSTRUCTION  ,  DISTRICT  DESIGN  and  PRELIMINARY 
SURVEY  PROGRESS  REPORT 
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DISTRICT:  Missoula  1130 

s 

DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  June  26,  1985 

M-HRS 

NEXT       USED  THIS  EST 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

MTT  V— 

STONE 

PERIOD 

V 

m 

COMP 

fOMP 
DATE 

Kalispen  strip 
F  1-2(24)121 

PMC 

1.2  Miles 

rXallb  LU 

Checker 

0 

50 

Mar  "\ 

1986 

Zoo 

Muiian  Koaa 
RS  263-1(4)1 

C    PC     PMC     JL  Qt-rnrt-Kra 

\j       9  iPio  c<  0 1  rue  cure 
4.2  Miles 

i  lallo  LO 

Checker 

29 

54 

Cpnf    1 7 

1986 

oUJ 

Lib by  boutneast 
F  1-1(19)38 

PMC 

rna 

6.5  Miles 

r  HI d-L 

PIH 

0 

6 

Tan  ?7 
«J  all    £  / 

1987 

845 

St.  Regis  Northeast 
F  35-1(5)0 

DUC      C     T.T4  dan  -1  -n  rr 

3.4  Miles 

Final 

r  lnai 
PIH 

47*5 

49 

npf  1 
1987 

024 

Flathead  Co.  Line-oouth 
F  5-2(3)86 

P        PC  DMC 

7.2  Miles 

PI  aria 

Checker 

61 

87 

AUg  1 

1985 

RS  212-1(1)0 

G    GS  PMS 
3.2  Miles 

Prelim 
PIH 

95 

18 

Feb  7 
1986 

528 

Boulder  &  Flint  Cr. 
BRF  19-2(5)49 

Strs.  &  Apps 

Final 
PIH 

29% 

90 

June  7 
1985 

772 

West  of  Dixon  (Revais  Cr.) 
BRF  6-1(28)105 

Structure  &  App. 
0.5  Miles 

Final 
PIH 

0 

6 

Nov  13 
1987 

649 

Meadow  Creek  -  South 
S  508-1(2)12 

G,GS,PMS,&  Structure 
5.5  Miles 

Prelim 
PIH 

0 

5 

Jan  9 
1987 

DISTRIBUTION:    CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 
ORIGINATING  OFFICE  -  Yellow  Copy 


bls/40Ka/STND40 
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DISTRICT:  Missoula  1130 

s 

DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  June  26,  1985 


M-HRS 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT       USED  THIS 
MILE-  REPORT 
STONE  PERIOD 

% 

COMP 

EST 

COMP 

DATE 

Perma  -  Dixon 
F  6-1(30)91 

G.GS  PMS 
17.3  Miles 

Planning 
Report 

0 

5 

July  1 
1985 

706 

Missoula  -  Bonner 
IR  90-2(75)106 

Cone .  Surf .  Rehab . 

Prelim 
PIH 

151*5 

22 

Aug  1 
1985 

632 

Post  Creek  -  Ronan 
F-HES  5-2(25)38 

PMS 

8.4  Miles 

Final 
PIH 

43*s 

87 

May  9 
1985 

602 

Big  Fork  South  &  West 
FR  52-1(3)18 

PMS 

16.9  Miles 

Prelim 
PIH 

0 

1 

Aug  14 
1985 

567 

Elk  Hill-Lion  Springs 
F  1-1(12)65 

G,  GS,  PMS 
3.3  Miles 

Final 
PIH 

92 

55 

June  12 
1985 

521 

Hamilton  -  Corvallis 
RS  269-1(5)0 

PMS  &  Widening 
6.1  Miles 

Design  Planning 
Report  0 

0 

Aug  17 
1986 

860 

Blue  Bay  North  &  South 
F  52-1(5)3 

PMS 

18.0  Miles 

Final 
PIH 

0 

1 

Dec  1 
1987 

873 

Perma  Canyon  Roadway 
RS  382-1(1)1 

F,  GS,  PMS 
2.8  Miles 

Final 
PIH 

0 

45 

Jan  5 
1988 

635 

Seeley  Lake-Inez  Lake 
FR  83-1(3)15 

PMS  &  Widening 
8.3  Miles 

Final 
PIH 

0 

3 

Sept  5 
1989 

522 

Fisher  River  Bridge 
BRF  1-1(15)57 

Structure  &  Apps. 
0.6  Miles 

Plan  to 
Checker 

3 

90 

June  7 
1985 

816 

Big  Fork  -  East 
F  83-1(3)74 

PMS  &  Widening 
8.7  Miles 

Final 
PIH 

0 

30 

May  6 
1986 

DISTRIBUTION:     CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 

ORIGINATING  OFFICE  -  Yellow  Copy  bls/40K/STND40 


1. 
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DISTRICT:  Missoula  1130 
DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  June  26,  1985 

M-HRS 

NEXT       USED  THIS  EST 


PPfl  TSTT   N1TMP.PP.    H  NAMF 

MILE- 
STONE 

O  L  WIN  & 

REPORT 

% 

COMP 

634 

Clearwater  Jet  -  East 

WO    OA    1  (  1  A ^  10 

PMS  &  Widening 

11     R    KM  1  a  a 

ii ■ o  nxxes 

Prelim 

Jr  in 

09 

Oct  22 
1  QP.S 

770 

Ovando  -  East 

DTT?          UPC     OA     0/1*^  AO. 

PMS  &  Widening 
10  o. 

Planning 
Report 

DJ 

7 

June  20 

1  QP.S 

604 

Eureka  -  South 

G,GS,PMS&  Structure 
12  6  Miles 

Final 
PIH 

o 

11 

Nov  14 
1989 

861 

Ravalli  Weigh  Station 
F  5-2(30)27 

Scale,  Scale  House 
&  Approaches 

Final 
PIH 

0 

5 

Sept  16 
1986 

880 

Happy's  Inn 
F  1-1(26)69 

PMS 

11.3  Miles 

Planning 
Report 

0 

1 

Sept  19 
1988 

788 

Marion  West 
F  1-2(22)90 

PMS  &  Widening 
9.8  Miles 

Prelim 
PIH 

133 

20 

Aug  1 
1985 

724       Whitefish-Olney  Timber  Removal  Prelim  Dec  1 

PIH  0  0  1986 


DISTRIBUTION:     CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 
ORIGINATING  OFFICE  -  Yellow  Copy 


bls/40K/STND40 


J 


DISTRICT:  ///5y0</^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  -^-6  -8  5" 


PROJECT  NO.:  ra-/  fr/H?  u-8t? 

PRO  J.  NAME:     Sr.  & 

LENGTH :         ^  muLtl  

COUNTY:   MkjuZJSOJ*  

CONTRACT  TIME:  D^s 
ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  &  2_  

%  TIME  USED: 


CONTRACT  AMOUNT:  $  7,  yy6  0C8.  8j£ 
CONTRACTOR:  ^Q/ofr  ^0 

FROM  (town):      Aftss„„cmr.  sur 
AWARD  DATE:  3*  )  £±&£ 


k  7 


NO.  MEN  EMPLOYED: 


JL3 


DATE  WORK  STARTED:    Miae  h  sr. 
PROBABLE  COMPLETION  DATE:    /Qoa  g  8s 
NO.  DAYS  WORKED  PER  WEEK:  £ 

NO.  SHIFTS  PER  DAY:   £  

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS: 


PROJECT  MANAGER:      Tfi^es   L.  Cye 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  /J_ 


6>  V9-  ZVC  o 


ST.  'Pea-'j  .  /Tit 


GENERAL:  r*r  ^/*rsr.j   ilC&C    t^LLZZL,  ^  J^*.  S9o  y^>Sr*.£?a 

S^c/ryy   £  /^/,    ;     3  3%,-  A-sr*   z     2<S  Z>^     C  & j£  Co    &£2<L£  -  €A 

-/OO  %  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


s 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      6  -<26&£T  

PROJECT  NO.:  Jjj&z^jC  'J&l  \Z7-U;Q  CONTRACT  AMOUNT:     $  '757.  t,Z<& 

PRO  J.  NAME:  Sh^C    ^  <  U  CONTRACTOR:  pg^/PMJCC^ 

LENGTH :    FROM  (town):    ^Kcy^  ?  LJ^. 

COUNTY :     /JJ,„t>iu/   AWARD  DATE:  f 

CONTRACT  TIME:  DATE  WORK  STARTED:    ^3  -  S  ^f?-f>^ 

ORDER  TO  PROCEED  DATIv: ^"j7^-^<^  PROBABLE  COMPLETION  DATE :  /t?-/~/Z<~ 

%  COMPLETE:  <^J2>   NO.  DAYS  WORKED  PER  WEEK:  ^ 

%  TIME  USED:        ST<C    NO.  SHIFTS  PER  DAY:  /  

NO.  MEN  EMPLOYED:      /J?  -  J?S~J?  NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    ^ctC  QJj*^  TELEPHONE:  ^f^JP^C^O 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL :        ^  r  /V,^*-   

 /   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
5TELL0W  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


CMS-14 


DISTRICT:  rf//3506t/*^ 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO. :    jf"/£  9#-/Q* CONTRACT  AMOUNT:     $  >  ^ 

PROJ.  NAME:    js£f1&/  gj  -  CONTRACTOR:    /)/r?dr/CS^\  Jf/>4*/f^Zs?6 

LENGTH:  df/'A^    ZL  FROM  (town) :  rf7/f$M//k 

COUNTY:       /ftf/rftf'^ / ^/Pf/SS^tf /^L  AWARD  DATE: 

CONTRACT  TIME:        ~7£^/t//2  DATE  WORK  STARTED:  3* 

ORDER  TO  PROCEED  DATE:    ^t-^f'S^  PROBABLE  COMPLETION  DATE:     ^A £^ 

%  COMPLETE:  /    NO.  DAYS  WORKED  PER  WEEK:    S' ft  6* 

%  TIME  USED:   2   NO.  SHIFTS  PER  DAY:   L  

NO.  MEN  EMPLOYED:       35^   NO.  HOURS  PER  SHIFT:  £  *fe  /*/ 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  ~7*foj  A         TELEPHONE:  >  3-  '  % 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    £/_       ADDRESS:         ^/Jcrf&/7  ~ 


GENERAL:  &*£^^£L£j£l  /77////S7 ± 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  t/tf/fS 


XX?  9o'J(7j)9i 


PROJECT  NO. : 
PRO  J.  NAME:     MiSSou/d  StST  S  L/ttr 

LENGTH:  

COUNTY :  /^LSiSliM  

CONTRACT  TIME:       / 2&  


CONTRACT  AMOUNT:  $  <7»q  46,3  OO 
CONTRACTOR:  TP  A  Ha  CcisT.  Co. 


FROM  (town):  Tusi*u  F*/ltj  IDAHO 
AWARD  DATE:        f  -  y-  /V  


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:        £>  3  ?Q 
%  TIME  USED: 
NO.  MEN  EMPLOYED:  // 


PROBABLE  COMPLETION  DATE:     /*-  j»P  -  X 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:  /  

NO.  HOURS  PER  SHIFT:  g  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER 


Cj,i/,a^  C  C2A*Ll  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     3_       ADDRESS:    l>£pj-  0/  tfift^AyZ 


GENERAL:  <■  y   <&L  JJ/<  SA  SJ*?. 


*a/S  J/%.  Jtv/  /re*/fr'«j  Zi  yiA 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sv/221F 


DISTRICT:  11 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        June  30 »  I985 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


IR  90-3  (61)  142 

Bearmouth-  East  &  West 

7.6  Miles  

Granite  


CONTRACT  TIME:  60  Working  Days 


ORDER  TO  PROCEED  DATE:  Sept.  24,  1934 

%  COMPLETE:        ggf     ;  85  

%  TIME  USED:  65  


NO.  MEN  EMPLOYED: 


20  • 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $1 ,777,337.75 
CONTRACTOR:    Jim  Gil man  Exc. 


FROM  (town):  Butte,  Mont. 


AWARD  DATE:    August  29,  1984 
DATE  WORK  STARTED:    Jan.  16,  1985 


PROBABLE  COMPLETION  DATE:  July  15,  1985 
NO.  DAYS  WORKED  PER  WEEK:  5 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


1 


8+ 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Allan  J.  Dutton  TELEPHONE:  288-3875 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  12  ADDRESS: 


P.O.  Box  264       Drummond,  Mont.  59832 


GENERAL:      The  Contractor  finished  PMS  3/4  In.  on  the  13th  of  June.  He  placed 
3/4  In.  Type  "A"  Gr.  2  gravel  for  Guard  rail  slope  flattening  and  shoulder  gravel . 
The  Sub-Contractor  Li  11  Const,  has  been  placing  Cone.  Median  Rail  and  has  statted 
on  the  Raise  Rail. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-14 


DISTRICT:  MliSMiJs. 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      J.,^^    SO  /9tt 

PROJECT  NO.:    SS£jLJ^l^2,  CONTRACT  AMOUNT:     $  /J030)  9/L  .f>Q 

PRO  J.  NAME:  Qs>.  Tfaypsm  &4  CONTRACTOR:     Qftp   Q&LSjL  Qn  , 

LENGTH :    _^   FROM  (town):  &'j/,nos  

COUNTY:      Jk&ak&S   AWARD  DATE:   

CONTRACT  TIME:       / 2  O  WD   DATE  WORK  STARTED:  -g£  

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:     Q- 30  y?^ 

%  COMPLETE:        Z5"   NO.  DAYS  WORKED  PER  WEEK:  _S  

%  TIME  USED:       44   NO.  SHIFTS  PER  DAY:  /  

NO.  MEN  EMPLOYED:        //3   NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     /  /,   p b>-?.i'k  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  dtaiJms.  


GENERAL:    fAjo „  /f  d&JUgg  *td  Q&&uk  > "J 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        ^  ~  jT 


PROJECT  NO.:  7 ~  X/?)  ^ X.        CONTRACT  AMOUNT:     $  *Z/^C.  </Q 

PROJ.  NAME:  ftJi Aa&*  f &«>k  ^CONTRACTOR:      Art^V^s*   /}  yJ,*/J 
LENGTH:   /Iffi'/tt       FROM  (town):  /rf,^&^/j> 


COUNTY: 


CONTRACT  TIME:   

ORDER  TO  PROCEED  DATE:      *f  ~/£-J&5 

%  COMPLETE:  y£  /  %  

%  TIME  USED:   £g  

NO.  MEN  EMPLOYED: 


AWARD  DATE:   3j/fSS 

DATE  WORK  STARTED:  3  -  jg,  ■?  -SJT 

PROBABLE  COMPLETION  DATE:  ^^Z-^ 
NO.  DAYS  WORKED  PER  WEEK:  _£T 

NO.  SHIFTS  PER  DAY:   / 

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE; 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:  "  

PROJECT  MANAGER:    cJ  jj&  l/J://,±#l<s  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     /£  ADDRESS: 


GENERAL: 


a  r 


7^ 


/ft, /flints?* 
Acf-f^f/r^?  <^n  ^^tsreeA" 


V 


r 


a  1  jay  Li 


7± 


f  jJeitY   .it/if  tKf  aesefr  gLmjLl  & 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  /tfuzso*** 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  4>~?-<S£' 


PROJECT  NO.:    f  Z4-/{/S)3   

PRO  J.  NAME:    Ca*i*Mt&  Jcr.  Sr*. 

LENGTH:    ^  

COUNTY:  &J&mA  


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:      7 Jj* 

%  COMPLETE:  /QQ  

%  TIME  USED:   gj_  

NO.  MEN  EMPLOYED:   


ACTUAL  COMPLETION  DATE: 


$     £2./ 3*4  4-3- 


CONTRACT  AMOUNT 
CONTRACTOR: 

FROM  (town):  A?JS5<?*/- 
AWARD  DATE:  >~6 


DATE  WORK  STARTED: 
PROBABLE  COMPLETION  DATE:  6~7-£'S' 
NO.  DAYS  WORKED  PER  WEEK:  "Z_ 

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  £  


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  */ *  S-'?&£ 

TELEPHONE : 

ADDRESS :  A ' /5£o</*.A 


PROJECT  MANAGER:  jJajsojJ  A-6r4A0 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE 
3255-2914  // 


CMS- 14 


DISTRICT:  /W/S.5cWq 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  -  gj£_  -  8$ 


PROJECT  NO.:    R///?  w  -  2_  Q )  V<?  

PRO  J.  NAME:  M 

LENGTH :        n.  //  md£&  

COUNTY:  /3w«»//  

CONTRACT  TIME:       qp  yj.g.  


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  fZ. 
%  TIME  USED: 


>8 


NO.  MEN  EMPLOYED: 


7-6 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $    2  Qy^  97JL.  9S~ 
CONTRACTOR:     tyeTr>i~yse  On 
FROM  (town):      GrPn+  £sM& 

AWARD  DATE:        /<D-£~~  8V  

DATE  WORK  STARTED:  &y 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 


DATE: 

& 

WEEK: 

/ 

EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:    Tfc^n  (?.  Cr^J 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:   /-  ^ 


TELEPHONE:  3'</9-6<s?/  ^y/.  27 
ADDRESS :  MlXOLdkl  


GENERAL:        T/)f      C^^ac/or      &Aas       Con/j/e/rcS  t-hec/e^K 

anc*  Jha.rrtpr  CSJL  L    an  Me    r/yAJ-    S/de     of  //> -e 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:         //  0  g 


S 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:  f  ^/V/frl) 
PRO  J.  NAME:      /x/^/ /L,  /*> 

LENGTH :  c3[y/S>  9^ 
COUNTY: 


CONTRACT  AMOUNT:  $ 

CONTRACTOR:   

FROM  (town):   

AWARD  DATE: 


CONTRACT  TIME:        3£>     //A  Q, 


DATE  WORK  STARTED : 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   ; 

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  '  "  * 


PROJECT  MANAGER:   s^/^m    /(J, £  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  12-' 3     ADDRESS:  £>.  *^7/9  &  7 


GENERAL: 


A<*5  A 


2 


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 14 


DISTRICT:  rfk^SjcLibt't 


S 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     yJ/jA)*  JuQ. 


PROJECT  NO.  :  /2  X  JL/J.  -  J. /</ J  3 
PRO  J.  NAME:     fp~,ft<*   -  Soc  T~jJ 

LENGTH :  /,  V  Af,±£*,  

COUNTY:  Ia/YS  

CONTRACT  TIME: 


CONTRACT  AMOUNT:     $    2C>£  J.2C  <  J.3 
CONTRACTOR:  C^LtsC^  jCjz^SjmJ  /U£Ati±7*)6  /*jc  . 
FROM  (town):    Ajjj*   &Al 


AWARD  DATE: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


JUL 


DATE  WORK  STARTED:    ^fegg^  IX^^SS 
PROBABLE  COMPLETION  DATE:  J^£. 
NO.  DAYS  WORKED  PER  WEEK:  <. 

NO.  SHIFTS  PER  DAY:   / 

HOURS  PER  SHIFT: 


NO 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

TELEPHONE:       ^gc  -  J.<S£ 
ADDRESS:  ^/////^^ 


PROJECT  MANAGER:  J^gjj  z,  <?A.£*aJ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  7 


GENERAL:       <£jJtAl£    £jUtj&£&L     * *  **i/A  r/AJst    SaJS>  ^/^/^^ 

/.      r     ."Ztjoo^/jsje  r^./f>*  &//>  —  r — ^ — JSatA 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-1A 


DISTRICT:  U  / 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  S~07~//'3)  0  CONTRACT  AMOUNT:     S  2*kZ. 

PRO  J.  NAME:   rf/Jtt-jan  -Z&ift/  CONTRACTOR:      /f/<£^/'6/~/7  jMf/^^^ 

LENGTH :  /,  5*  FROM  (town):  IsS^/Sl 

COUNTY:         ^slf/S?  if- t~/S  AWARD  DATE:  /j2 

CONTRACT  TIME:  2S£  /f/ &  DATE  WORK  STARTED:        J2-  - ^2  J  - 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:  ^^/"SS^ 

%  COMPLETE:   £0   NO.  DAYS  WORKED  PER  WEEK:  _3  

%  TIME  USED:  S'   NO.  SHIFTS  PER  DAY:   /_  

NO.  MEN  EMPLOYED:  CI  0   NO.  HOURS  PER  SHIFT:  ZjUl^L 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  TELEPHONE:  "7  3-3-  ~~  4^3% 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  /jp/^fr^g^ 


GENERAL:  T^C  tZ^f^f/f 

^SZJssL  Slts/^d   \^</  #/s77^/-  s/*j-/r?4  ' 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  y^X3l<*/4 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    ~Zflf  /fgS^ 


PROJECT  NO. :  CONTRACT  AMOUNT:     $  7U/&. 

PRO  J.  NAME:  ^6^/0 .  y^jj^/^CONTRACTOR :  rf/jjsf;  £o  . 

LENGTH:   '  j   FROM  (town):      /rf/^<0  if 


COUNTY: 


AWARD  DATE:  (2zJ2&*££. 
CONTRACT  TIME:  gfeg  DATE  WORK  STARTED: 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:  /0  Q   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  f£   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:   NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  -ZF #/,/// 'd-m*  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:  g&45guJb~ 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  ^^/^ 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:  <-.^  3 

PRO  J.  NAME:  +*S*i*.  A^,/^/ 

LENGTH:         f.p  j?,  &         ^  y 

COUNTY :      +,^c*/siS     -  /r^y-Xa^ 
CONTRACT  TIME:      7^  ^ 

ORDER  TO  PROCEED  DATE:   

%  COMPLETE:  ^  

%  TIME  USED: 

NO.  MEN  EMPLOYED:  y^y^  


CONTRACT  AMOUNT:     $  ,  t>^? .  00 

CONTRACTOR:  -^SA^^  <&c.  JZ/<L 


FROM  (town) 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  3,  ,9r<r 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  yC  ^gy&j 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE : 
ADDRESS : 


GENERAL: 


r-  y 


■fte^  Co  ^  fir-  / 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 

DISTRICT:  /tysSS 

CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  d>  -  3Q  ~ 

szrr  /-z  Od)  rfi 

PROJECT  NO.:    /£  /^^  -  sri  ^)  O  CONTRACT  AMOUNT:     $  <9  y&£^?/.  Y3 

PRO  J.  NAME  ://.//C/Zt^f~  CtJ.  d^jjggf/C  CONTRACTOR:     y^/^   <?o«J&?7  Co  . 

LENGTH:  /Q.  ^ sV/'/^S  FROM  (town):   <^g>»^ /wljUs 

COUNTY:  y^/^T^^fO  AWARD  DATE:    y? /9&3 

CONTRACT  TIME:  JZ06    cJ.  Z3  DATE  WORK  STARTED:     AfAy  /  /?8& 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:  /^T' 

%  COMPLETE:   £   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:   /&   NO.  SHIFTS  PER  DAY:   / 

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:      &  —  /O 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  £.  r?^£?/9JLU£L  TELEPHONE:   JB87~  £o£Q  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:      /Pfl.  /ocS  

GENERAL:  CoMS^    Z^^C^^?  Asa/&     ^  j&stc/*& 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

n 


CMS- 14 


DISTRICT:  sVC^/* 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^ZjT,  x^^r 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


CONTRACT  AMOUNT 
CONTRACTOR: 
FROM  (town): 
AWARD  DATE:  g-jf 


$  y,  'yq*.  -2/  ?  x'J-r' 


CONTRACT  TIME: 


9a 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE 
ADDRESS : 


PROJECT  MANAGER:  *5Z6>^ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  <- 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT: 


Ml a  ami 1 » 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        June  25 r  1985 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


F  5-3(16)126 


Whitefiah  West  &  South 


6.3  Miles 


Flathead 


CONTRACT  TIME: 


60  Working  Days 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   10 

%  TIME  USED:   


4/16/85 


621 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:    $  830,944.11 
CONTRACTOR:       Peak  Paving  Co.,  Tnc. 
FROM  (town): 
AWARD  DATE: 


Sandpolnt,  Tdaho 
October  31 ,  1984 


DATE  WORK  STARTED: 


Mav  3f  1985 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


August  1985 

 Q  


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  N/A 

PROJECT  MANAGER:      k.  Chrlsinaer    _  TELEPHONE:   

L  ADDRESS: 


755-5717 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.  Box  400 


Kallspell.  Mt.  59901 


GENERAL:            No  work  on  the  project  the  past  reporting  period.  Subcontractor 
plans  on  starting  work  on  the  dlgouts  around  the  first  of  July.  All  crushing 
work  Is  complete.  Paving  will  start  around  July  15.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:  ^&jz»^ 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:  /P^y.^^,^  

PRO  J.  NAME:  jt  /ZM^^jt 

LENGTH :  ^  y       /    ^  ^ 

COUNTY :  JT^^y^  

CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:      ^.jlz  ■  *S 

%  COMPLETE:   ^&>*  

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  £2&+ 

CONTRACTOR:    ^j^,yA    S^rr^.  JZ^r 

FROM  (town):  ^^<_r   

AWARD  DATE:  .   


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  y^y^^o, 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  _f 


TELEPHONE : 
ADDRESS: 


GENERAL:   J"^/-^»t<r/-^g7»/-  "  -XZsS<£//^y.A>r  "^jt    ^ j-  t^w.gy^yavj 


Coirs'. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

£1 


CMS- 14 


DISTRICT:  ju^j^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         6/26 /8S 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


F-HES6 -1(26)29 
Thompson  Fall*  kxxi 
16.8  ml lea  


$  1.707.943.20 


Sanders 


CONTRACT  TIME:       90  working  days 

ORDER  TO  PROCEED  DATE:       7/2 /8b 

%  COMPLETE:  1QQ  

%  TIME  USED: 


CONTRACT  AMOUNT: 
CONTRACTOR:     Glenn  R.hhMn  feg  ,  T»„ 
FROM  (town):      Lino  T.ak»« ,  Minn 
AWARD  DATE:  _jUUm  


DATE  WORK  STARTED: 


7/6/84 


58,9 


NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:  6/8/85 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


5/25  IBS 


6/12/85 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  M.w„  w  „  w        TELEPHONE:  7SS.S717  

ASm&SS:      5th  Ave.  BRJUtaUaM 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  i_3 


p.n,  Rn»  400 


Kallpell,  Montana  59901 

GENERAL:      Contractor  »mPed  from  6/7 /8S  r»  1<t  n„M  1nny  „^1m 

Area  IHIHWWTTKX  Construction  Supv,  made  fJn.,1   ^  ^|?/nj_  

Construction  Is  now  complete,  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-14 


DISTRICT: 


Missoula 


s 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO. : 
PRO J.  NAME: 
LENGTH:  15.0 
COUNTY: 


FOR  THE  PERIOD  ENDING: 
RTF  36-1(2)5 
RTF  6-1(29)10 
F-HES  6-1(18)68  

See  Below  

19.5  7.0  


Sanders 


CONTRACT  TIME: 


90  Working  Days 


ORDER  TO  PROCEED  DATE:  _ 

%  COMPLETE:   5Z 

%  TIME  USED:   20% 


May  28.  1985 


NO.  MEN  EMPLOYED: 


12 


ACTUAL  COMPLETION  DATE: 


June  25 P  1985  

CONTRACT  AMOUNT:     $  1,399,979.52 
CONTRACTOR:        Peak  Paving  Co.,  Inc. 
FROM  (town) :        Sandpolnt  Idaho 
AWARD  DATE:  April  26,  1985 


DATE  WORK  STARTED: 


June  11.  1985 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


September  1985 
5 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  N/A  

TELEPHONE :  _ 
ADDRESS: 


K.  Chrlslnger 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


755-5717 


P.O.  Box  400 


Kallspell.  Mt.  59901 


GENERAL:  Contractor  currently  crushing  V  Cover  Material  at  Thompson  Falls 

for  the  Trout  Creek-NW  seal  &  cover.  Will  finish  there  about  June  26  and 
move  to  Plains  to  crush  the  remaining  material.  Plans  on  seal  &  cover  at 

Trout  Creek  around  July  15  with  work  starting  on  the  Plains  overlay  

about  July  8.  


*  5  Miles  north  of  Plains-North 

Trout  Creek  Northwest 
— Plains-West  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  &M^££££. 


PROJECT  NO 
PRO J.  NAME 
LENGTH:   

COUNTY:  —  ^Ly^caA*/ 


CONTRACT  AMOUNT: 


$ 


Jk$ae*tef  -  ^--^  ^>c^rJAts  CONTRACTOR:  /W^oBrj- 

  FROM  (town):  A^/^^/y 

AWARD  DATE: 


CONTRACT  TIME:  dJ^^L^JO^ 
ORDER  TO  PROCEED  DATE:  £L2£z&£. 

%  COMPLETE:  Q  

%  TIME  USED: 


DATE  WORK  STARTED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       J7  xZ*/X&j~*  TELEPHONE 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      —  ADDRESS: 


GENERAL:   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        <£-«£o  -x3<T 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


 4,3  Mi.  


CONTRACT  TIME:  M/./D.  f_ &Ot 

ORDER  TO  PROCEED  DATE:     /n  ^S3 

%  COMPLETE:   ?^  

%  TIME  USED:  <^Q  


CONTRACT  AMOUNT:     $  Jf3£ff  £?Q>Z& 
CONTRACTOR:      7~&/ -yS/79/ZT  ^AJS7^ 
FROM  (town):    j£&ZLe\/Otr  f  tf/AsM. 

AWARD  DATE:  3&  S3  

DATE  WORK  STARTED:  2-/ 


NO.  MEN  EMPLOYED: 


/  7b  -3 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  A//j0 

PROJECT  MANAGER:  ^^9/jf£~         TELEPHONE:       ^fi?'  jfb^O 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     J.        ADDRESS:  /<  /£79 


GENERAL:  - S7??72r    CTfl^  JT*SC.     St<U>S  TlJ<s7*XLtAfC> 


 -+L 

Oj  l  -r  > 

 sin  

'"Y\ 

 tH*— 

T 1  b  -3 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  Missoula 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  6/26/85 


PROJECT  NO.:       RS548-1(5)4   CONTRACT  AMOUNT:     $  1.249.387.36 

PROJ.  NAME:  W.  Reserve  Dr.-N.  of  Kal.  CONTRACTOR:  American  a^.u  t^ 
LENGTH :      1.7  miles   FROM  (town):  Missoula  


COUNTY :        Flathead   AWARD  DATE:  0/9a/g/( 


CONTRACT  TIME:      80  working  days  DATE  WORK  STARTED:  4/15/85 


ORDER  TO  PROCEED  DATE:        10/22 /fiA  PROBABLE  COMPLETION  DATE:  7/1S/8S 

%  COMPLETE:        40   NO.  DAYS  WORKED  PER  WEEK:  5 

%  TIME  USED:       sn    NO.  SHIFTS  PER  DAY:  ,  

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Gary  Marin  TELEPHONE:  755-5717 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:       sth  A  v .        &  Mfl  

p  n,  nny  Ann  


GENERAL:  /s 


Kalispell,  Montana  59901 

Grading  and  Unclassified  Barrow  wk  957.  complete.     Contractor  began 
laying  out  const,  fabric  and  4  in.  Select  Snrf.r<nB  <n  .r»  TTT  nn  fi/pn/as 
and  is  40%  complete  In  that  area.    The  Sidewalk  «*    <«  cm&U*  in  the  ^no 
that  were  done  under  preyjous  contracts.    Culvert  Im.t.n.M™.         on*  ^rmp1r 
and  storm  drain  sjfe  987.  complete.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  TRE  PERIOD  ENDING:  <Z.j-.  yf^JT 


PROJECT  NO.:     jT^y^  J&&£zM£ 
PRO  J.  NAME:     st&^r.  £&£&e&dk£. 

LENGTH:   A//x3  

COUNTY :  &&£&SU(m  Jy>*s**er^  jLJ*>s\*/a>> 
CONTRACT  TIME:      43  itton^  ^a>v~-r 


CONTRACT  AMOUNT 
CONTRACTOR: 
FROM  (town) 
AWARD  DATE: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   " 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


DATE  WORK  STARTED: 

6- 

PROBABLE  COMPLETION 

DATE: 

NO.  DAYS  WORKED  PER 

WEEK: 

NO.  SHIFTS  PER  DAY: 

NO.  HOURS  PER  SHIFT 

CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      ZT  ymsVAr* 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     . ? 


TELEPHONE: 
ADDRESS: 


GENERAL: 





DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:      /*!/ SSety*  * 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         ^  -  Zg-c? r~ 

PROJECT  NO.:    fZj  /Q*)  2  J   DATE  SURVEY  AUTHORIZED:  Z-£C2g*z 

PRO  J.  NAME:    G/l££*o<,t;»'  DATE  WORK  STARTED:  9-Z7<$# 

LENGTH:  A.  *    ESTIMATED  COMPLETION  DATE:     ~?-3o  >j^5~~ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  ^A_few    A-C,***        TELEPHONE:  £,4-1/  

NO.  PERSONNEL  ASSIGNED:  /->  %  COMPLETE:   ft?  °£  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Missoula 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       June  25.  1985  

PROJECT  NO.:        S  508-1(2)12   DATE  SURVEY  AUTHORIZED:  1/3/84 

PROJ.  NAME:        Yaak  River  Road  DATE  WORK  STARTED:  11/14/84  

LENGTH:   3t  Miles   ESTIMATED  COMPLETION  DATE:  Unknown 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:       K.  Chris Inger  TELEPHONE:  755-5717  

NO.  PERSONNEL  ASSIGNED:  0  %  COMPLETE:   40  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


Sheet  1  of  2 


DISTRICT:  Butte 
DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  fafo&Jj&Jj 


M-HRS 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

USED  THIS 
REPORT  1 
PERIOD  COMP 

EST 

COMP 

DATE 

278-1(4)0 
Jackson  Int.  West 

PMS  Overlay  & 
Widening 

o 

o 

— 

M  0299(4)  Ul 
Anaconda  Streets 

Overlay,  Grading  & 
Drainage 

o 

-1/3* 

F  55-3(3)12 

Legion  Ave.  -  Whitehall 

Drainage 

o 

F  85-1(2)0 

Jack  Rabbit  Lane 

PMS  Overlay,  Grading  h^/l/ 
Widening 

?6£ 

FR  8-4(9)99 
Three  Forks  No. 

PMS  Overlay  & 
Widening 

PXM 

MO 

F  69-1(2)10 
Boulder-Whitehall 

PMS  Overlay  & 
Widening 

/£>/ 

o 

30 

t/87 

M  0299(4)  U2 
Anaconda  Streets 

Reconstr.,  Sidewalk, 
Curb,  Gutter  &  St.  Dr 

O 

— 

RS  283-1(1)0 
Harrison-Pony 

PMS  Overlay. & 
Widening 

PZM 

a 

JS 

F  49-1(4)2 
Dillon-North 

PMS  Overlay  & 
Widening 

PX/J. 

o 

a 

F  46-3(1)42 

15  Mi.  NE  Wisdom  NE 

PMS  Overlay  & 
Slope  Flatten 

PXM 

o 

DISTRIBUTION:     CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 
ORIGINATING  OFFICE  -  Yellow  Copy 


ST301/DES103 


Sheet  2  of  2 


* 


DISTRICT:  Butte 
DISTRICT  DESIGN  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


'ROJECT  NUMBER  &  NAME 


DESCRIPTION 


NEXT 
MILE- 
STONE 


M-HRS 
USED  THIS 
REPORT 
PER TOD 


EST 
%  COMP 
COMP  DATE 


IR  15-2(51)117  PMS  Overlay  &  r/M 

Buxton  Int.  No.  &  East  Guardrail 


IR  15-1(72)17  •  PMS  Overlay  & 

Lima-Red  Rock  Guardrail 


IR  90-5(47)240  PMS  Overlay  & 

Whitehall  West  Cuardrail 


IR  15-2(52)126  Fence  Rehab.  ^ 

Butte  Fence 


ZXM  34      /£  3/36 


IR  15-1(73)38  PMS  Overlay  & 

Red  Rock  Int.  No.  Guardrail  fLCM  &  ^/36 


vf 6/na/cm 


DISTRIBUTION: 


CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 
ORIGINATING  OFFICE  -  Yellow  Copy 


ST301/DES103 


do 


DISTRICT:  <SV/fcg_^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       ^Tu  n  P  7^  Mfh 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


ercm  -  Set*  -f-l^ 

/Tl/Jatl  <  »>->  


CONTRACT  TIME: 


/Zo  ku.  D 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  7 
%  TIME  USED: 


NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:  $  5Lj^2£ /ZtK.iy 
CONTRACTOR:    &3±J£&a*j*  £kc^„Mf,»< 

FROM  (town):       7?/y  gfjg^g,  ;  

AWARD  DATE:  // {&& /? 3  

DATE  WORK  STARTED:  ^/*f 
PROBABLE  COMPLETION  DATE:  y//5^Th 
NO.  DAYS  WORKED  PER  WEEK:  ~2L 
NO.  SHIFTS  PER  DAY:  / 
NO.  HOURS  PER  SHIFT: 


3L 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  UJ.  $4*»*L*£2  TELEPHONE:      3~?£-9SZ  ?-~ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


ADDRESS: 


GENERAL: 


Project  L<ji//  6&  Cmo^Jk&  lu1±A  5S&  £^LS6^ju^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  SidJtt^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  -3^  /fg.g" 


PROJECT  NO.:  J£T£  /3  -J($)9  

PRO  J.  NAME:  £fiy*ja/Js  jj.u). 
LENGTH :  ,£.7  /y>,/^ 

COUNTY :        JQIacL,  *oaJ  

CONTRACT  TIME:     5&p»f  /  (Jl£ 
ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  & 
%  TIME  USED:  g 
NO.  MEN  EMPLOYED:  a 


CONTRACT  AMOUNT:     $  J?7^  go 
CONTRACTOR:  duJ^J-^.XjJe. 
FROM  (town):     P/#,aJs^  mj. 
AWARD  DATE:  3,  /^jT 

DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

TELEPHONE:      gfo  -£b7<4 


PROJECT  MANAGER:  f)jL<,s*)   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    f^L-      ADDRESS:     ££  Bent  ////> 


GENERAL:    fe^W^^^   ^oiff>/f&^)  Aa^ujsI  te^//,*J* 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT: 


Butte 


S 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     2^  Jun  85 


*  JD  15*1(68)4** 
PROJECT  NO. :  I  ID  15-1(52)^6  U-3 

PROJ.  NAME;;rv  of  .-uq,.  iv^rP^  i-rr>»n 

LENGTH:        7.1  Ktlas  

COUNTY:  Beaverhead 


CONTRACT  AMOUNT:     $  5,996,110.85 


CONTRACTOR :  J  .J.  Ulcere  Construction  C  c . ,  Inc. , 
FROM  (town):     Ked-iond,  V<-A  9gQ52 
AWARD  DATE:  2-8-85 


CONTRACT  TIME: 


18C 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  25  

%  TIME  USED:  2^  •  

NO.  MEN  EMPLOYED:       25  to  30 


2-3.0-85 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


5-2A-85 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Caprara   TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     10        ADDRESS:       PC  Box  1342 


DATE: 

Jun  86 

WEEK: 

5 

i 

10 

683-629C 


Pinion,  MT  5Q725 


GENERAL:  Contractor  working  on  fill  throughout  Prefect,  also  placing;  culverts 
on  Project.  Placing  fill  for  atrutures,  also  has  scrapers  hauling  groin  borrow 
areas  to  fill  Stations  510+00  to  Sta  518+00.  Fencing  Contractor  placing  fence 
throughout  Project.  COP  Construction  working  on  slope  protector  cn  Project, 
'..'or'-inc-  -n  i'-Line  an  1  -ccoss  roai.  Operations  are  going  fairly  good.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

33 


CMS-1A 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 

PROJECT  NO.  :  /?TT  9s AS*  CONTRACT  AMOUNT 

AP£K-&LEtijflF£STt>tE  PASS  yv^-S 
PRO  J.  NAME :  JcT.  


LENGTH: 

COUNTY:  fi&MZM£*A ^JjEXF&tSOjJ 
CONTRACT  TIME: 


CONTRACTOR:  /fiflggs^  <Z*J7XAcTJ*kC ; 

FROM  (town):    y^^,  ^/zT  

AWARD  DATE:   V-  3 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:  

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER :  rf,  77  ^/iU*W  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      <  ADDRESS: 


GENERAL :  s^<U>  Sf££*  M>/?M   jJAS  a/st 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         &  /%>? 


PROJECT  NO. 
PRO J.  NAME : 
LENGTH:  _ 
COUNTY: 


J^-~Z/C         <Z</S'S'?S3C> CONTRACT  AMOUNT:  $ 


CONTRACTOR: 
FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED:   

PROBABLE  COMPLETION  DATE:  //- 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  /f/e~  


TELEPHONE :       ^/9^ -J^/VZ> 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


JQ68 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  J&TT£- 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        6>  -  J?7~ tfS 


JT/S-3 


PROJECT  NO 

PRO  J.  NAME:  ^J&£&1 
LENGTH :  yf//, 

COUNTY :  J SO/J 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:         -34  -#3 

%  COMPLETE:  

%  TIME  USED:   g>7   

NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  ^/^.F/jF,  90 
CONTRACTOR:  At- Z^TysP/T  s5>a/ST. 
FROM  (town):  g/ggft-  /&LLS  ,  A/t. 
AWARD  DATE:   ^-  -£>3 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


7 r-~26  3g5- 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS: 


PROJECT  MANAGER:  &tjM9/>t 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:  ^S&X y  y%T*:#  /?S>/>j!j£D  Shs*VFT/st*l± 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:     2nt  -  fc^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      June  27.  HI5 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


11  5-3(12)1 5«  U-3 
Bernicft  -  ttaai» 
6.05  mile*  


Jeffersen 


CONTRACT  TIME: 


12t  writing  may* 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   $4_ 

%  TIME  USED: 
NO.  MEN  EMPLOYED: 


5-21-tL 


CONTRACT  AMOUNT:     $  465 f 911  .At  

CONTRACTOR:      n.p  rw^n 
FROM  (town):      Sillinga.  iientana 
AWARD  DATE:        April  2«r  itt>. 
DATE  WORK  STARTED:      jun(,  7f 
PROBABLE  COMPLETION  DATE:      July  1M5 
NO.  DAYS  WORKED  PER  WEEK:  1 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


1 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Har-U  A .  TELEPHONE: 

ADDRESS: 


Harold  A.  ft'i»kft 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  3 


225=3142 


P.O.  Bax  11 t 


Basin,  ttantana  S«4?1 


GENERAL:      Dual  Structure,  at  Statian  Ml+«0.«l;  Ho  wtA.  Dual  Structurea  at 
Station  12«t+a9.i0;  StriPPimg  nortkaaund  »as«  «f  deck  farM.  Percentage 
ftr  iteM  complete  are  M  f»lUwi: Structure.  ExcaTati«n  Ttj*  T  •^•(Wri.t* 
Clasa  AD  •ifoCancrete  Claas  ID  ^Rcinfarcing  Steel  tfjfo Reinforcing  Steel 
Epaxy  Coated  ^Structural  Steel  laeg; Protective  Caat  «§g;Bridge  Surrey 
Cantrala   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  2130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Jane  27,  1985 


PROJECT  NO.:     1-15-3  (42)  150  U-3  CONTRACT  AMOUNT:     $  13.569.729.92 

PRO  J.  NAME:      Bernlce-Basin   CONTRACTOR:     Sletten  Const.  Co. 


LENGTH:             6.9  Miles 

FROM  (town):  Great  Falls. 

Mont. 

COUNTY:  Jefferson 

AWARD  DATE:  4-30-84 

CONTRACT  TIME:     280  Workina  Davs 

DATE  WORK  STARTED:  5-29 

-84 

ORDER  TO  PROCEED  DATE: 

5-26-84 

PROBABLE  COMPLETION  DATE: 

11-1 

-85 

%  COMPLETE: 

51 

NO.  DAYS  WORKED  PER  WEEK: 

5 

%  TIME  USED: 

52 

NO.  SHIFTS  PER  DAY: 

2 

NO.  MEN  EMPLOYED: 

70 

NO.  HOURS  PER  SHIFT: 

9 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE 

BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     William  G.  Bork  TELEPHONE:  225-3962  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     J5_       ADDRESS:       Baatn,  Mont.  

Box  118  

GENERAL:      Blattner  has  been  moving  dirt  &  finishing  on  the  whole  Project. 

Sletten  putting  in  Earthwall.  &  graveling  with  1%"  in  several  U'^^oj 
Fisher  crushing  gravel  in  Grund  pit. 

O'Neill  putting  in  pipe  at  various  locations  on  the  Project. 

 Swan  &  Sons  seeding  Areas  as  they  are  ready.  

 Sletten  working  on  Arch  pipe  at  49  +  45  "F"  line. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

3  8 


CMS-1A 


DISTRICT:  2l3t-l»tte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      Jm»«  27,  IMS 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


11 5-3(12)1 5t  U-3 
Be  mice  -  Baaia 

•.35  miles  


CONTRACT  AMOUNT:     $  2,7-,—  

CONTRACTOR:  Slattern  Cematrmetiem  Ce. 
FROM  (town):      Q^at  Fall.,  M— tAM  


Jeffereem 


AWARD  DATE: 


April  2?,  HIA 


CONTRACT  TIME: 


2tt  werkimg  daya 


ORDER  TO  PROCEED  DATE:  5-2*-*7i 

%  COMPLETE:   73* 

%  TIME  USED:    5256 

NO.  MEN  EMPLOYED: 


J2_ 


DATE  WORK  STARTED:  May  23,  Uml 
PROBABLE  COMPLETION  DATE: 

NO.  DAYS  WORKED  PER  WEEK:   5_ 

NO.  SHIFTS  PER  DAY:   1_ 

NO.  HOURS  PER  SHIFT:  ft 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Harold  A.  Wieae  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  3 


225-3*62 


ADDRESS : 


P.O.  lex  1 1t 


jaaigj  Mentama  5S31 


"STRUCTURES" 

GENERAL:     Strmetmre  Mear  Sta.  «U+tt.— ;  Me  werk.  Dual  Structures  at  Sta 
5U-HO.M:  Strippimz  and  fimisaimf  M&S  Beumd  eyermamc  j  am  Barrier  Rails,, 
Strusturea  at  Sta.  1M3+Sltf  x  Ne  werk.  Structure  at  Sta.  1»*2+75.— ;;  Placed 
deck  Reimfcreimf  Steel  a«d  CeMerete  amd  stripping  amd  fimiskimd;  ease  ef  deck. 
Dmal  structure  at  Sta,  111»»25.5t:  Fermed,  plaeed.  amd  tied  Rcimfarcimg  Steel 
amd  Ccmcrete  fer  Aautmemt  Me.  1  S3,  crcsaecam,  lent  Me.  2  M.l.  crcasecam.  


He  alas,  started  ExcaTatimg  lmut.  Me.  3  Feetimg.  Dmal  Structures  at  Sta. 

1135+7*.— iSet  M&S  Beuud  Type  IV  1«5t  Preat*eae«d  Beaum.  He  Am  alee  \m  firming 
asrthecuad  ease  ef  deek.  Dual  Structures  at  Sta.  115«+5«.«a);  Me  werk.  Structure 
at  Sta.  5»HJ.5t;  Ne  werk.  Dual  Structure*  at  Sta.  1 1 73+f».7t:Fjulekiug  amd  

■tripping  base  ef  deck  fer  eetk  structure*.  Structure  at  Sta.  75+20; Ne  werk. 
 ccntimued  em  page  2  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


PaSe  2 


DISTRICT: 


2n*-intt«. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       June  27.  1M5 


PROJECT  NO.  :  11 5-3(42)1 5t  U-3 

PRO  J.  NAME:  terniee  -  1*8  jW 

LENGTH:   

COUNTY: 


•.35  *ile« 


Jeffereen 


CONTRACT  TIME: 


2tt  wriclmg  dayj 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:   23_ 

%  TIME  USED:    52 

NO.  MEN  EMPLOYED:  32 


CONTRACT  AMOUNT:     $  2,7ti.< 
CONTRACTOR:       Slettea  C.ii.tr^ti  n>. 
FROM  (town):      Great  Falls.  Mentaaa 

AWARD  DATE:       April  2J,  Ugj  

DATE  WORK  STARTED:       May  23.  1H4 


5-29-14 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


*ar.  jjgg 

 5_ 

1 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      HareH  A.  Hi«k*  TELEPHONE: 

ADDRESS : 


HfjaJJ  A.  Wiefce 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  3 


225-3H2 


P.O.  lax  lit 


Baei».  MjlaUM  5«rt1 


"STRUCTUBSS" 

GENERAL:      Perceat  fer  lte—  e—plete  are  a»  fellewe;  Structure  Kxeavatie» 


Type  I  tK;Stru«ture  Exeayatie»  Type  II  t5*;HPl4  x  73  Pile  Furaiaa  tig; 
HP14  x  73  Pile  Drlre  t3X;2t"  x  &g  Pipe  Pile  Puraiah  y1*;2a"  x  4"  Pipe  Pile 
Drire  HfrReitferelat  Steel  75*;  Re  infer  ei»t  Steel-Epexfr  Ceatea  4Ml;Cla« 
AD  Cencrete  tlfrClaas  ID  Camrete  »6*;Seal  Concrete  5l*;Pre.t.r.  teawa  Typ* 
IV  1t5'  7t*;Pre«tr„  lea—  Type  IV  «S«  Pre.tr.  jgajM  Type  I  Sf  SJgj 

Preatr.  lea—  Type  I  35'  5tg;Preatr.  tea—  lula-T'a  St'  T«g:Pre«tr.  Beam* 
Type  I  it!  1ttg; Structural  Steel  62*: Protective  Ceat  62g:Work  triage  7S56; 
triage  Rail  -  Steel  1ttg;A»ufent  Remeyal  1teg;Skeri»a  L  Criai  75*  a»a 
triage  Survey  Contrela  45gt  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


s 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  6-2.l~t?~ 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY: 





CONTRACT  AMOUNT:  $  /C  33/  fS'/.X* 
CONTRACTOR:     MSa-s^^t**,  Guar.**. 

FROM  (town):  <W^Jo~<*  

AWARD  DATE:  -?-C~^'9 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  ~7-3o-Ff 

%  COMPLETE:  SS  

%  TIME  USED:       *4Z<  5  

NO.  MEN  EMPLOYED:  //X  

ACTUAL  COMPLETION  DATE: 


PROBABLE  COMPLETION  DATE:       SA»r.  /9f6 

NO.  DAYS  WORKED  PER  WEEK:  _£  

NO.  SHIFTS  PER  DAY:  ^  

NO.  HOURS  PER  SHIFT:  /O 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      C7,  /*>W  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _^       ADDRESS:       P.p.  S*K  3o6S 


OSS,**-  /U^e 


/W^t  +  TO  ^/S~    A-sQ    <5Q0  EggfZ, 


GENERAL:  ^^f^ 

^&><x~  gfeatt    &9o±       moot  f«±  Uoi^rr  n  -?4ot 


A-tJLt 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

V/ 


DISTRICT:       Butte  (2130) 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  June  27 ,  1985 


PROJECT  NO. : 
PRO J.  NAME 
LENGTH: 
COUNTY: 


115-3(43)143 


CONTRACT  AMOUNT:     $  16.331.851.22 


:   Elk  Park  North  (structures)  CONTRACTOR:    Washington  Const.  Co.  (prime), 

Cop  uonst.  uo.  (subcontractor) 


0.015  miles 


Jefferson 


FROM  (town) :  Billings,  Mt,. 
AWARD  DATE:  7/6/84 


CONTRACT  TIME:        280  work  days 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


7/30/84 


NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED:  8/23/84  (structures) 

PROBABLE  COMPLETION  DATE:  Sept.  1985  (structures) 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  Rnhwnt  ffl  1m«n  (struct.)  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


225  -  3788 


P.O.  Box  118 


Basin,  Mt.  59631 


GENERAL: 


Stock  lane  bridges  at  ata'a.  163  +  75  and  178  +  83 


These  two  bridges  are  100%  complete. 


Elk  Park  Separation  at  sta.  XL7  ±  00 


All  work  complete  except  for;  cross  beams  bents  2  fc  3  and  deck  slab  

South  bound  structure,  all  barrier  rail  North  and  South  bound  structures. 
Percentages  complete  are  as  follows;  cl>ss  AD  concrete  94%.  clalss  BP  Mod, 
concrete  45%,  structural  steel  63%,  bulb  T  prestressed  beams  100%,  re- 
inforcing steel  73% .  epoxy  coated  reinforcing  steel  50%,  structure  excavation 
type  I  85%,  furnish  and  drive  pile  100%.  test  pile  100%,  prebore  holes  100% 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:  &t>TT£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  6>-J7 


PROJECT  NO.  :  _r/?  /ST-3 (4/s)y>j& 
PROJ.  NAME:   j£PF&?S0*J  Cry  /S/ 

LENGTH :    y^,^  .A*. 

COUNTY:  J^F^P^oM 


CONTRACT  TIME: 


CONTRACT  AMOUNT:     %3JS88J<O0£ .  43 
CONTRACTOR:  /fae^V  /Zr/VySMC^ 

FROM  (town)  :  /%t£££je£g.  /*/r7  

AWARD  DATE:  -  ^  9   

DATE  WORK  STARTED:  <g  - 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  

%  TIME  USED:   89  

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:      ^-^J -g£~ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:     /0  ~^Z£  -#4 

PROJECT  MANAGER:  /3jETTjL£  TELEPHONE:  ^94-34*4^ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL:     /^yV/^l    Z?s?T*  ^Sv7     To  FN  A     6M  & 


DISTRIBUTION: 


3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 14 


DISTRICT:  Butte 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     27  Jun  85  

PROJECT  NO.:     HB3  29-1(9)50   CONTRACT  AMOUNT:     $        53,711. 6C 

PRO J.  NAME:   North       Tjdn  Bridges  CONTRACTOR:    L.A.  Construction 


LENGTH:        0.8  .-lies   FROM  (town)  PC-  Box  1638,  Havre,  kT  595C1 


COUNTY:       Marl  i  sen 

AWARD  DATE:  3-11-85 

CONTRACT  TIME:          20  V 

J 

DATE  WORK  STARTED:  4-8-85 

ORDER  TO  PROCEED  DATE: 

3-25-85 

PROBABLE  COMPLETION  DATE:  4- 

■26-85 

%  COMPLETE: 

NO.  DAYS  WORKED  PER  WEEK: 

0 

%  TIME  USED:  45 

NO.  SHIFTS  PER  DAY: 

r\ 

NO.  MEN  EMPLOYED: 

NO.  HOURS  PER  SHIFT: 

C 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE 

BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Carrara   TELEPHONE:  683-6290 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:     PC  Bex  1342 

Dillcn,  KT  59725 

GENERAL :     No  work  on  Project  this  peri  ex  i . 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  2/?Lo  tt^/fe 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    ,3cng    J27;  il£jL 


PROJECT  NO.:    /j£S  4-6,~  ?-{ >)  <Z># 
PRO  J.  NAME:  ^  fefcte  &U£££. 

LENGTH :     />  3    /?0,  /*  j5  

COUNTY:  s&^jvArAe^d  

CONTRACT  TIME:  \aJ.  O  


CONTRACT  AMOUNT:     $  7^6.. 
CONTRACTOR:     L  /?  (2**5-/r  *ucs/*tr« 
FROM  (town):     Mii/m  t   


AWARD  DATE: 


DATE  WORK  STARTED: 


4.  - 


ORDER  TO  PROCEED  DATE:  ;  A  S 

%  COMPLETE:      99.  tT  

%  TIME  USED:  


NO.  MEN  EMPLOYED:  <D 


PROBABLE  COMPLETION  DATE:  !? 

NO.  DAYS  WORKED  PER  WEEK:  J9  

NO.  SHIFTS  PER  DAY:  &  

NO.  HOURS  PER  SHIFT:  <& 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Tr^f^    A**.  ^ 
OF  ENG.  PERSONNEL  EMPLOYED: 


NO. 


TELEPHONE  :     £££  -3^34-  

ADDRESS:      lO^J^  _  /Y)+  S~<9  7^/ 


GENERAL:    ^^-Knc.-/ti<   cj„/  /^7^/  S5 ^n>  v£  ^r^J ^StaL 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:   ^S-yszzT  ^/So 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^? 

PROJECT  NO.:  -S-ysf/jo  CONTRACT  AMOUNT:     $    ^/^^^ & 


PRO  J.  NAME :  s4&#2*C0*  ~#J**/S<>e2#£4?S  CONTRACTOR:  ^sVS^s*?**/^^.  /st>£. 
LENGTH:  ^ &    FROM  (town):  4%ySA& 


COUNTY:  ZZttf 

AWARD  DATE: 

CONTRACT  TIME:     <J&?  4faffe*4&  <0X>*S 

DATE  WORK  STARTED: 

ORDER  TO  PROCEED  DATE: 

PROBABLE  COMPLETION 

DATE: 

%  COMPLETE:  0 

NO.  DAYS  WORKED  PER 

WEEK:  & 

%  TIME  USED:  £> 

NO.  SHIFTS  PER  DAY: 

NO.  MEN  EMPLOYED:  0 

NO.  HOURS  PER  SHIFT: 

a 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  O^S^^T^rStM^ 

TELEPHONE:  -5^*1 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  4%sr?2? 


GENERAL:  /Z<o     j^^^^ggSSSggg^    ^gg£f^^sg<^l  <&&rkS 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-14 


DISTRICT:  Butte 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       27  Jun  85 


PROJECT  NO.  :   F  4?-l{2)9 

CONTRACT  AMOUNT:     $  897,903.15 

PROJ.  NAME:   Qillcfl  -  Twin  Bridges 

CONTRACTOR£alt-"usch  Construction  Cc, 

LENGTH:         7.3  Kiles 

FROM  (town):    Havre,  MT    5 9 5 01 

COUNTY:  Beaverhead  -  Kadi son 

AWARD  DATE:  4-30-8& 

CONTRACT  TIME:       70  WD 

DATE  WORK  STARTED:  U-30-8L 

ORDER  TO  PROCEED  DATE:  4-30-8u 

PROBABLE  COMPLETION  DATE:     Jun  85 

%  COMPLETE:  IOC 

NO.  DAYS  WORKED  PER  WEEK:  0 

%  TIME  USED:  97 

NO.  SHIFTS  PER  DAY:  0 

NO.  MEN  EMPLOYED:  15 

NO.  HOURS  PER  SHIFT:  0 

ACTUAL  COMPLETION  DATE:     13  Jun  85 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Caprara   TELEPHONE:  683-6290  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:  PO  Bex  1342   

Dillon,  MT  59725  

GENERAL:  Contractor  zor-.s  in  an  Seal  and  Covered  operations  on  Project,  al 
sifr-cxntractcr.  striped  Project.  The  Project  is  complete,  sent  final  notes 
to  Butte  District  Office  on  the  14  Jun  85. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

</7 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Xu  aJ£-  30,  199^ 


PROJECT  NO.:     /gff^Tc)-/  &)  O  

PRO  J.  NAME:  60 \  y e/ '/cod  sAaJ*  ;  *Jd, 


CONTRACT  AMOUNT 
CONTRACTOR 


LENGTH: 


COUNTY:      QjUh  6ld 


CONTRACT  TIME:  S&±£_L 
ORDER  TO  PROCEED  DATE:  & 

%  COMPLETE:  <p  

%  TIME  USED:         A ' 


FROM  (town):  P/*,»J<>y  Q7t  ^g^9 
AWARD  DATE:  3.  £%££. 

DATE  WORK  STARTED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  <0jCs a  ^  TELEPHONE:  -  £~b7*/ 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  /- 2-     ADDRESS:     f.d,  ///Q   


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  ^-//-g^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:    F  A/£<  tt-ztf</)s'b'  CONTRACT  AMOUNT:     $  ls  Z^J  l?3 ^ 

PRO  J.  NAME:  /^A^/hf,n  QjlPyti\  Hood  CONTRACTOR:   ^UHftiSck  C*. 

LENGTH:  £   3   iYll/^  FROM  (town):        //W  i/fLe  

COUNTY:  /<7^?    AWARD  DATE:  T/W?^  

CONTRACT  TIME:        &Q   LQ.  D.  DATE  WORK  STARTED:        ^ j ?  S 

ORDER  TO  PROCEED  DATE:    V/z^/ViT^  PROBABLE  COMPLETION  DATE:     J /'f/ff' 

%  COMPLETE:  "2L  &   NO.  DAYS  WORKED  PER  WEEK:  fT" 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   I  


NO.  MEN  EMPLOYED:       Z.0  -  j O   NO.  HOURS  PER  SHIFT:  -  /  1^ 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ^  J.  ^^yL^fL        TELEPHONE:        j5T<£  - 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  T^aX.   //?  0  


GENERAL:     ^cJr^^t  £*vtft  /Lo»n />/#.-/*> d  <Lr«x4,»s  Q^SJ^tMnUL 

UoMdJk  0$££32£ade  ~TZ  j<ne*rt  Spec's ,  TA&ySuLm)HeJ 

&i        &4c  *ak  -r-  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:  J?vrr£ 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  £ '-^-jy 


PROJECT  NO.:   f  ^T?  ''(^J  7 

PRO  J.  NAME:  ^Zy^  ^Sfle  =ggj 

LENGTH:   7.  J  y*^.  

COUNTY :   ^fig  

CONTRACT  TIME:  S£<r>  A<D. 

ORDER  TO  PROCEED  DATE:  -<P 3 

%  COMPLETE:   ^2  

%  TIME  USED:   

NO.  MEN  EMPLOYED:   8 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ^LckS^^/ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


CONTRACT  AMOUNT:     $  3j9^7j9j5-^  .  4jS~ 
CONTRACTOR:  , 
FROM  (town):        ^T:r2ry  y^77 

AWARD  DATE:   y-;j-#3  

DATE  WORK  STARTED:  /S~-&3 
PROBABLE  COMPLETION  DATE:  7-y~^S~ 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   J 

NO.  HOURS  PER  SHIFT:   8 


TELEPHONE :  -   

ADDRESS :   Clya* 


CONSTRUCTION  SUPERVISOR: 


GENERAL :      S^L    ePS^SlATJSNS  ^J^SUSPE.    <2s£ty  €&&t6jtS/l 


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:    ^&9sZT  ^/St> 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  C^t/^T 


PROJECT  NO.  :  sZ^'ft? 

PRO  J.  NAME:  ^^^^  ~ 

LENGTH:  gLjggS.  &&<gL 

COUNTY:  <2^25&*£**L  

CONTRACT  TIME:  /^S>  S£Ae^*<?^rs 
ORDER  TO  PROCEED  DATE:  7-?&</ 
%  COMPLETE:  _ 
%  TIME  USED: 


CONTRACT  AMOUNT 
CONTRACTOR: 
FROM  (town) 
AWARD  DATE: 


 -»»  


^<r<{z<>s~  s^zss  st^&s: 


DATE  WORK  STARTED: 


?3 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


3 

/ 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  C^^'^xr-^p^J 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE : 
ADDRESS : 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  ^CyyZkT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


 5»  


PROJECT  NO.  :  yy^-fO -&s<&)j?S7' 

PRO  J.  NAME:  ^^g^Z^S.^  — y^S7~ 

LENGTH:  yf^^S 
COUNTY: 


CONTRACT  AMOUNT 
CONTRACTOR: 
FROM  (town) 
AWARD  DATE: 


CONTRACT  TIME:   7*5  ^£g^g&g 
ORDER  TO  PROCEED  DATE:      <£  sZ#S 

%  COMPLETE:   

%  TIME  USED:   


/^-y&-&<£ 


DATE  WORK  STARTED: 


9? 


NO.  MEN  EMPLOYED: 


0 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  TELEPHONE:  '- 

ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  <Q 


GENERAL:      y^C^f  y^ie^Sy-   .agggfevgsggggg^  <S*£L  ^^g^S^.  /&<*S 

&?^^^Sk?2s     <g  -/S  -g£ .      y^~    SS    y<?*Sy^<Zyy<&y1i&>    yy*y<y~~~  sTyyyf1  

^si^Cf^C's?   ySy*y"yts<?ytfy*?0<£s/  *Sy<>y<9  ^SsZ?'y0y-yfryS     /ZSyS-*-  y3y^  y^Zy?Sy4^y*&Z? 

^S"y   7^-05,  Tyyys  y^ytyyzyy, -y-yyy^  *SZ//9Su£rCyr  y^r'tyyyrcy:  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:    2/3&    j&i**/jL  , 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    CTu.^e   jL7j  /9SS 


PROJECT  NO.:  278~  I  (3*)  4- 3  CONTRACT  AMOUNT:     $  ^5^5/87  3c? 

PROJ.  NAME:  Skcxsoyy  —  6jsiM  CONTRACTOR :  /€e  A  b  <3/V?  £xcai/d.  7/  jg 

LENGTH:     7,3  ~X»:/<ea   FROM  (town) :  Lin™  Ld/<*2  /M-v)  . 

COUNTY:     ffiUlv^r  Ae_<*<J   AWARD  DATE:     jL-ZMrS  gf  

CONTRACT  TIME:     /Op    VJ .  £>   DATE  WORK  STARTED:   5~ &8  ~S  5~ 

ORDER  TO  PROCEED  DATE:  S"ZB  ~SS  PROBABLE  COMPLETION  DATE:  A/ot/.   /,  '90S 

%  COMPLETE:         f.  7   NO.  DAYS  WORKED  PER  WEEK:  4T  

%  TIME  USED:       /& .  O   NO.  SHIFTS  PER  DAY:  __/  

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  IZrWr?   jP>r>^e./7        TELEPHONE:    ££f  -  34  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    &_       ADDRESS:  Qu>^  4-4,  

GENERAL:      dcrxfy^i  C~frr^  Z/.vacvd^  ^^Jj   ^<  <2^^Aaf  r>  M  ~77l<L+ll^ 

6p*sS<i-/-J#-r)  At*  6>~~?>    and  Art 3    hr&r?  dJ>A    t4>    6*J*-rt<  S7^c^>c/*J 
-yy?o^i)\    Ac  7%g_  r&mo^^d  -fy*<rm     27a  >h>  3S~d>  <t*r<*/fy<L 

Ujhtr/if<Z.i«rxA     cm   HtC  d^1/  -^Strrn    2,3/  2-  7o  cznc/  's 

/Qt+  L±  sL  <?/*-~p   L&A   /A*    5-788 /o  //'jh  LuaiL*"  t^^A- 

/ti  >rvj^   Cxlu.2i*~    ^^?c^/^&J  <ai/  7ci/r^  €^z/L     Irf-  j£  /)b>j-r,eJ 


s 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


S3 


CMS-14 


DISTRICT: 


S 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.  :  /3t?7 


CONTRACT  AMOUNT:     $  ^^"^7^/^ 


PRO  J.  NAME:     ^as  c$7? 1 CONTRACTOR :     ^//^  /fxC.J^t . 

LENGTH:  £7.  <jSJ 

COUNTY:  gzZg&g  25&*^ 


CONTRACT  TIME:  Aj ,  /Q. 


FROM  (town):  SfifT' 
AWARD  DATE: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  96' 
%  TIME  USED: 


JT3 


NO.  MEN  EMPLOYED: 


30 


DATE  WORK  STARTED:       //  /  S9J/&<7' 
PROBABLE  COMPLETION  DATE:  7/^J 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


3  .  /g,  '2 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  <^ /^^/sS~ 

PROJECT  MANAGER:  TELEPHONE:  3^*/ Z>  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _g_       ADDRESS:          7?  0.  7&?Jc   3&6  8 


GENERAL:"      l^r/r     ^sr?*?/*^/  ^e^^/  tz.r   -G//^^J  ' 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

Si 


DISTRICT:  gUTT^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ZT1j«*  JZ7-/fg<,- 


PROJECTNO.:  SM/> 
PRO  J.  NAME:  g&Jfa&A 

LENGTH:   

COUNTY: 


CONTRACT  AMOUNT:     $  4-70.00 
CONTRACTOR:    fa^j  \/JU    &»J.  & 

FROM  (town):  /?s,,rj!ja   

AWARD  DATE :  J3  -//-  t  G~ 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE : 

%  TIME  USED:  j£  3 

NO.  MEN  EMPLOYED: 


14-L    \d.l0*ys  DATE  WORK  STARTED: 


,sr-y-g-£T 


3  Zg-gS" 


4-TtrC. 


PROBABLE  COMPLETION  DATE:  <Z~3o-<j  ± 
NO.  DAYS  WORKED  PER  WEEK:  S~ 

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  f  2T  f 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:    <^T  j£  /  TELEPHONE 

ADDRESS 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:      QgJ&Jhz   fLcki  <"ucL 


arc 

tut 

% 


/jj/>ste)*o    sa  will 


fir  • 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-1A 


DISTRICT:     Butte  2130 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  6-26-85  

PROJECT  NO.:     M  5809(3)     &    M5809(4)        CONTRACT  AMOUNT:     $  231,694.50 

PRO J.  NAME:      Montana  Ave  &  Custer  Ave.  CONTRACTOR:   Maronick  Construction  Co.,  Inc. 

LENGTH:     0.3  Miles   FROM  (town):   East  Helena,  Mt.  

COUNTY:       Lewis  and  Clark   AWARD  DATE:   July  27,  1984  

CONTRACT  TIME:       30  working  Days  DATE  WORK  STARTED:       September  17,  1984 

ORDER  TO  PROCEED  DATE:     Aug.  27,  1984     PROBABLE  COMPLETION  DATE:       July  10,  1985 

%  COMPLETE:  98    NO.  DAYS  WORKED  PER  WEEK:  0 

%  TIME  USED:  88    '   NO.  SHIFTS  PER  DAY:   0 

NO.  MEN  EMPLOYED:  p   NO.  HOURS  PER  SHIFT:   Q 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     A.  G.  Reather  TELEPHONE:   444-6326  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     ip_       ADDRESS:   2701  Prospect 

 Helena,  Mt.  

GENERAL :     The  project  is  near  completion.     The  Maintenance  Dept.  is  presently 
overlaying  Montana  and  Custer  Avenues.    The  striping  Contractor  is  scheduled 
to  move  in  July  1,  1985,  and  finish  up  the  project.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-1A 


DISTRICT:   Butte  2130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  6-26-85 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


M  5815  (3) 


Cruse  Avenue 


0.3  Mile 


Lewis  and  Clark 


CONTRACT  TIME:     100  working  days 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  50% 
%  TIME  USED:  49% 


4-15-85 


NO.  MEN  EMPLOYED: 


25 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  1.606.403.09 
CONTRACTOR :     Maronick  Construction  Co. ,  Inc . 

FROM  (town) :   East  Helena,  Montana  

AWARD  DATE:     sppt-pmbgr  28 ,  1QR4  

DATE  WORK  STARTED:  January  1fif  iqss 
PROBABLE  COMPLETION  DATE:     August  15.  1985 

NO.  DAYS  WORKED  PER  WEEK:  5  

NO.  SHIFTS  PER  DAY:  1  

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS: 


PROJECT  MANAGER: 


A.  G.  Reather 


444-6326 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  10 


2701  Prospect 


Helena,  Mt, 


GENERAL :         The  reinforced  earth  wall  is  completed  and  the  contractor  is  placing 
and  laying  gravel  on  the  north  half  of  the  job.      The  concrete  retaining  walls 
are  98%  complete.    Under  ground  utilities  are  90%  complete.    Allen  Electric  is 
installing  light  and  signal  bases.     Progress  has  been  good.  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


Si 


DISTRICT 


A 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  J  8  /9*<T 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


Q$   Ocni-rt  /  Park  . 


CONTRACT  AMOUNT:     $  J)      ,  JO 

CONTRACTOR:       frfanrt  Ho 


CONTRACT  TIME: 


FROM  (town):  /W/,„<p 
AWARD  DATE:  „  ,  /    3     ,  ^JT 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


3" 


PROBABLE  COMPLETION  DATE:  /)UC{ 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/fay   ?.  tllS. 

*  |r 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

3P«w  £.  8m*Aun  telephone 

EMP 


PROJECT  MANAGER: 


303  -  X/99 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  gc,  *  j//q 


GENERAL:  (J 


timA&jc  pile  Lzii — hctii   CJo<;<i  An 


roue  rr. 

f?nr,  /me  hr  for- rrrec/  AorAu/v//*   f  „>  t      ^n  /Js  h^*/*//* 


Pot"    ha,rlu:a|/s  lAjj^LMiaJLLs 


d  1  q 


oof 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  ^//r^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  , 

PROJECT  NO.:  &   DATE  SURVEY  AUTHORIZED:  /J?/Z7/S4 

PROJ.  NAME:  '^SxtZt  DATE  W0RK  STARTED:  4/, 

LENGTH:      —   ESTIMATED  COMPLETION  DATE:  M/f 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  /W^g 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  C/^J/S 

PROJECT  NO.:     f.^  //-/(//J  4?  DATE  SURVEY  AUTHORIZED:  fi4 

PROJ.  NAME:   <^  £Z  ^mS^L  DATE  W0RK  STARTED:   

LENGTH:     ~   ESTIMATED  COMPLETION  DATE:     a/  A 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    TELEPHONE:   


NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  pts^rZ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^ 

PROJECT  NO.:     P<  DATE  SURVEY  AUTHORIZED:     ALf^jZS/ so  M7& 

PRO  J.  NAME:     f  \t~.*«- A,**    DATE  WORK  STARTED:      ^  C (trf  

LENGTH :      ESTIMATED  COMPLETION  DATE:     y|/ ^ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  farrj* 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     cdtfiA  2&, 

PROJECT  NO.:  ?9- /S/llfO  DATE  SURVEY  AUTHORIZED:  ^//o//?#5 

PROJ.  NAME:  gmgjJtestBL        DATE  W0RK  STARTED:    ^  £e£bL  

LENGTH :     ESTIMATED  COMPLETION  DATE:  ///^. 

DATE  SUBMITTED  TO  DISTRICT:   


PROJECT  MANAGER :    TELEPHONE : 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  , 


PROJECT  NO.:     A£.S  O)  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:     ix/^m  Cte&L  DATE  W0RK  STARTED :   

LENGTH :     ,  ■  ESTIMATED  COMPLETION  DATE:     /}/  /}_ 


DATE  SUBMITTED  TO  DISTRICT. 


PROJECT  MANAGER:   

NO.  PERSONNEL  ASSIGNED: 


TELEPHONE : 
%  COMPLETE: 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  fi>„rr£ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /  /f»„*  /7ft 5 

PROJECT  NO . :  Ct  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:     M+nxa*,  Cxj»t/  DATE  WORK  STARTED:  AU   

LENGTH:    £Z   ESTIMATED  COMPLETION  DATE:  aA/4 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:   %  COMPLETE:  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  &j7-r£. 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     tjjuit*  J?A 

PROJECT  NO.:     /?yf  9t>JLX{6)  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:  </J,_s,,j  DATE  WORK  STARTED:     A/a  C&Zul 

LENGTH:  _   ESTIMATED  COMPLETION  DATE:  /[/^ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  Z*l3(~) 


JUL  1  -  1965 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
INSTRUCTION  BUREAU 

,ONSlKUU  FOR  THE  PERIOD  ENDING:    Jjjjje*  ^  / <?p><T 

PROJECT  NO.:  DATE  SURVEY  AUTHORIZED:  J/^.A£/9&*r~ 

PROJ.  NAME:  ^ferr^  feirr^  A/* ,  DATE  WORK  STARTED:  JjJiieU*£j&3& 

LENGTH:   ^ Af/,  ESTIMATED  COMPLETION  DATE:  JlJu&M 

DATE  SUBMITTED  TO  DISTRICT:  JdAue_2Q%/&'?' 

PROJECT  MANAGER:   M^TZfj^^rf^    TELEPHONE:  4&&£Z&±{.  

NO.  PERSONNEL  ASSIGNED:         3  %  COMPLETE:  S^fO  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


DISTRICT:  gggjSfe 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  tZy/Z-g'/tf*} 

PROJECT  NO.:     f~/Z>-/^'j  O  DATE  SURVEY  AUTHORIZED:       // /z-l/?1/ 

PRO  J.  NAME:  m&if  VeJUu^t^c-UJerl       DATE  WORK  STARTED:  l^/s/?^ 
LENGTH:  ff,  7   /-y^/^JT  ESTIMATED  COMPLETION  DATE:  7/^/?^ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  (jj  SdmUs£*l  TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:         O   %  COMPLETE:  Q  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


CMS- 16 

DISTRICT:  Z/SO 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    Jii/dc^  SO 

PROJECT  NO.:  TXyg'Zfcz DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:  1&m£Z4?J*Ml  /ztt&S  T&gflftPATE  WORK  STARTED:   


LENGTH:        Z.  5"   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  ZZviS-JAeJCr*'  TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:  3  %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


DISTRICT:  ^LcA/-^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      d~^0  z£jC 

PROJECT  NO.:     £*Jz£zZc  Ql)     /  DATE  SURVEY  AUTHORIZED: 

PRO  J.  NAME:  Wtg  6 £y  aJo  ■  g  £d  ■  DATE  WORK  STARTED:  f  £ 

LENGTH:  /V   /T),/e-  S   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT: 
PROJECT  MANAGER:     (Die   QLso«)  TELEPHONE:  -^d?^ 

NO.  PERSONNEL  ASSIGNED:         £T  %  COMPLETE:  /£>  O 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  "^/--ffc. 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         L  ~  3>  O  ~%  S~ 

PROJECT  NO.:                                              DATE  SURVEY  AUTHORIZED:  / 0 
PROJ.  NAME:   P.t.C.P,  /c^JiaLJ,  /a//^  DATE  WORK  STARTED:      /B  -/  6  - 1  £~ 

LENGTH:     53              -  ^I/LakJ^-             ESTIMATED  COMPLETION  DATE:  9 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      Q/Ce_  Qjj^o  *J           TELEPHONE:        .3*^ -<Tb   

NO.  PERSONNEL  ASSIGNED:                            %  COMPLETE:           SO    of  /  ^jZ/h?^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  £ulU 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  g^l^  ^7-/?g:g~ 

PROJECT  NO.:   ^fa-?  Q-f')  J- 4-/  DATE  SURVEY  AUTHORIZED:  <jL 

PRO  J.  NAME:    ^^yJ*J-  j/l/??  /  DATE  WORK  STARTED:     /Z~3~  <?  9— 

LENGTH:        /q.&3   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      G ■ /? .  <T ? TELEPHONE:        g£       y  /  <?  f  

NO.  PERSONNEL  ASSIGNED:      _g-£-  U  %  COMPLETE:   

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    ^jytf.  J2.7~/9<?S~ 

PROJECT  NO.:    TC  90-  7(S2.')  3  4-1  DATE  SURVEY  AUTHORIZED:      /&- 4--  ?4~ 

PROJ.  NAME:   fo&fa    T^U^^^/    DATE  WORK  STARTED:  4~ 

LENGTH:      //,  f    Au.  /es.   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      G .    ,C//^>v  TELEPHONE:  ZZZ-  V  1  ?  

NO.  PERSONNEL  ASSIGNED:        (Q   %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 16 

DISTRICT:  ?J%Q 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    JdAiOL 3Q. /tttT 

PROJECT  NO.:    ZS279-/^J^  DATE  SURVEY  AUTHORIZED:  Afa/q/f&<C 

PROJ.  NAME:  /Sfr/yfrx)       -/j/jj^rfn?     DATE  WORK  STARTED:    JnAJ^Zi;  /tt+T' 

LENGTH:       &  Afs,   ESTIMATED  COMPLETION  DATE:  J  ULifZj  Jf&& 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  jt^u  X2>'*WpW  TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:       3   %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


CMS- 16 

DISTRICT :  Z/3Q 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    Jz/xZ/gl  3Q/&3&~ 

PROJECT  NO.:  M/eOffc)^  DATE  SURVEY  AUTHORIZED:  /faeJ/,/<?&^ 

PROJ.  NAME:  -fexteAje  MiPjStJjjL^         DATE  WORK  STARTED:   J/j/jt*  7.Sfr*Sr 

LENGTH:   ^ZtaaSST &ZEtSSiMl&      ESTIMATED  COMPLETION  DATE:  Jjj^SjjL 

DATE  SUBMITTED  TO  DISTRICT:   JcLUr=L  /4 

PROJECT  MANAGER:  T2)/l^»ttrrS         TELEPHONE:  ^»Jg2^  

NO.  PERSONNEL  ASSIGNED:        3  %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


DISTRICT:    Great  Falls  -J?/^ 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     July  1,  1985 


PROJECT  NUMBER  &  NAME 


DESCRIPTION 


NEXT 
MILE- 
STONE 


M-HRS 

USED 

THIS 

REPORT 

PERIOD 


% 
COMP 


EST 

COMP 

DATE 


RF  60-2X3) 9J_  _ 
Great  Falls-Bast 


Grade_  Gravel  Surf. 
PMBS  structure 


Final 
Design 


16 


97 


4-22  86 


FR  24-313)  76_  _  _ 
Rogers  Pass-Bast 


Widen^  Gravel  Surf. 
PMBS 


Prelim 
P.I.H. 


168 


24 


8-18 


■87 


RS  348(18)  _______ 

5  Mi.  S.  Fort  Bent on- South 


Grad_  Gravel  Surf. 
PMBB 


Prelim 

P.Z.H. 


4-20 


-89 


_3_<6_i  

Sun  River  Jet. -North 


P_)S _Overl_   

Minor  Widening 


Final 
P.I.H. 


32 


93 


11-29 


■85 


_1_2(_71_  _ 
Big  Sandy-RROP  R 


al 


Grade_  Gravel  Surf. 
PMBS 


Final 
P.I.H. 


158 


98 


6-28 


■85 


RS  552-1J  )0_  _ 
Sunburst-Bast 


Gravel  Surface 


Final 

P.I.H. 


48 


4-30  -86 


F_24__5(_)117_ 
Simms-West 


Widen,  Gravel  Surf. 
PMBS 


Prelim 
P.I.H. 


47 


15 


12-1  1-86 


PR  10-1 (_)4_ 
Great  Falls-north 


PMBS  Overlay 


Final 
P.I.H. 


30 


11-2  >-85 


PR  5_7-l|_)l_  _ 
Belt-East 


P_3S_verlay_      _ 

P.I.H. 


Final 

P.I.H. 


208 


48 


1-28  -86 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


^7 


CMS- 14 


DISTRICT: 


3130-Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        July  l»  1985 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


IR  15-4(61)229 
Augusta  Inter. -No. 
18.7  Miles 

Lewis  &  Clark,  Cascade 


CONTRACT  TIME: 


120  W.D. 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  100% 

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


4-16-84 


95% 


ACTUAL  COMPLETION  DATE:  4-24-85 


6,229,685.78 


CONTRACT  AMOUNT:  $_ 
CONTRACTOR'       Hilde  Constr.  Co.,  Inc. 

FROM  (town): 
AWARD  DATE: 


Great  Falls 


2-29-85 


DATE  WORK  STARTED: 


4-6-84 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

727-4350 


4-24-85 


G.  Enderson 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE: 
ADDRESS: 


Great  Falls 


GENERAL: 


Final  Estimate  &  Supporting  Data  will  be  forwarded  to  Helena  on 


or  about  July  5,  1985 


MARL IN  BRACKNEY 
Engr.  Off.  I 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
4h>2  PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT: 


3130  Gt  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       June  26,  1985 


PROJECT  NO.:              IR  15-5(79)291 

CONTRACT  AMOUNT:    $  2,990,289.20 

PROJ.  NAME:         Vauahn  -  North 

CONTRACTOR:      American  Asphalt,  Inc 

LENGTH:                   10.1  Miles 

FROM  (town):     Missoula,  MT 

COUNTY:  Cascade 

AWARD  DATE:  4-3-85 

CONTRACT  TIME:      90  Workina  Davs 

DATE  WORK  STARTED:  5- 

•8-85 

ORDER  TO  PROCEED  DATE:  4-29-85 

PROBABLE  COMPLETION  DATE: 

9-15-85 

%  COMPLETE:  23 

NO.  DAYS  WORKED  PER  WEEK: 

5 

%  TIME  USED:  33 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED:  72 

NO.  HOURS  PER  SHIFT: 

10 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:         F.  A.  Robinson 

TELEPHONE:            727  4350 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    15_       ADDRESS:  Gt  Falls,  MT 


GENERAL :   Sub  Contractor  Nelcon  Inc  began  work  6-12-85  on  diqout  of  areas 

 with  swelling  soil  problems.    Exc.  100%.  Special  Borrow  -  85%.  Cr  Top  Surf 

GR  2A  -  40%  complete.    Cold  Milling  -  100%  complete,  Raise  Approach  Slabs  - 
m      65%  complete.    American  Asphalt,  Inc.  began  pre-level  and  paving  operations 
6-13-85  on  Northbound  lane.    Paving  and  Pre-Level  dork  is  approximately  18% 
complete.     Sub  Contractor  DBE  Alpine  Asphalt  &  Bldg  on  Traffic  Control  for 

all  operations.  

Frontage  Road  from  Gordon  Interchange  to  Vaughn  Interchange  being  used  as 
a  detour  during  construction  of  digout  areas.    Traffic  is  anticipated  to  be 
back  on  the  Southbound  by  July  4,  1985.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS- 14 


DISTRICT:    £#sd  SjJs  -*J3k 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      JTjLs/  J.  t?tfT 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


CONTRACT  AMOUNT:  $ 

CONTRACTOR:     A/iUr   <T»n  J.  C,  ■  ^. 


FROM  (town):  £aaJ  £; //s 
AWARD  DATE: 


CONTRACT  TIME: 


/OO  vJ.D. 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


-O- 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      ^  FnJrrtcS)  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _j£  ADDRESS: 


7Z7-  4.33-Q 


GENERAL: 


M/dc    plans    i.c\  bcpM  .jjfir-k.    <rs>  f  ^r-^hau^  JiLy  ISj 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

?  0 


CMS- 14 


DISTRICT:  ^>/&  $L&t£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.  :  ;S~7/z/)SZ3  CONTRACT  AMOUNT:  <  ?/ 

PRO  J.  NAME:     j^ggy   jj  J  S.   CONTRACTOR:    ^f2^rm«J  A^g, 

LENGTH:       //.  &    <SZUZ£S.   FROM  (town):  S72f 

C0UNTY:  4.    t^L&Z&L  AWARD  DATE:  ^  ?</  

CONTRACT  TIME:     j^g  gje   +  DATE  WORK  STARTED:     Jj&y  gjQ  #4/ 

ORDER  TO  PROCEED  DATE:  jfc?  #</  PROBABLE  COMPLETION  DATE:    j^y  g£ 

%  COMPLETE:  ^  _  NO.  DAYS  WORKED  PER  WEEK:  &  6, 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:  /  

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ^  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    y^/  ADDRESS:  /j>&/  

GENERAL:  — <£*<tt  %g&sm&$£  ^aga^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:       Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ,„no  ,6  L3&5 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


I.R.  15-7  (22)  33*t 
Conrad-North  &  South 

9.0  Miles  

Pondera  


CONTRACT  TIME: 


90  Working  Days 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:    6% 

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


3-7 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  2.237.568.50 
CONTRACTOR:       Sletten  Construction  Co. 

FROM  (town):       Great  Falls,  MT  

AWARD  DATE:         March  11  ,  1985  

DATE  WORK  STARTED:      April  2k,  1985 


PROBABLE  COMPLETION  DATE:    Aug.  15,  1985 

NO.  DAYS  WORKED  PER  WEEK:  5  

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


1 


8 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       namm*rhark*r  TELEPHONE: 

ADDRESS: 


Hammerbacker 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


278-79*^ 


^3 


P  0    Box  1740 


Cnnrari,  MT  59^75 


GENERAL:     The  contractor  installed  construction  signs  and  completed  median 
truck  turn-arounds  6-26-85.    The  contractor  plans  to  begin  roto-mill  and  plant 
mix  operations  7-I-85.    The  contractor  plans  to  work  six/ten  hour  shifts.  Sub- 
contractor, Faust,  same  as  last  report.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  _fr3£> -t^A/ZtJ/s 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  Oli/^ 

PROJECT  NO.:  /^-tf/S^' /-^&) Z^f  CONTRACT  AMOUNT:     $  ^//^^yef)  ^*77.<&</ 

PRO  J.  NAME  7u»  ^XhJ.  >5>,  LlJ  CONTRACTOR:  .J^jfe,  ^  ♦ 

LENGTH:  bxZj&S   FROM  (town):  ^>^/ 

COUNTY:     S^^s^^   AWARD  DATE:  //^  /&*_S~ 

CONTRACT  TIME:  ItS/zD  DATE  WORK  STARTED:   a?*?*/ /&j  S&fS 

ORDER  TO  PROCEED  DATE  :y^fry/>^  AftS*  PROBABLE  COMPLETION  dItE:  ZTyr)^^^  /<7$<L 

%  COMPLETE:  ZO    NO.  DAYS  WORKED  PER  WEEK:  ^ 

%  TIME  USED:  /T    NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:        j27   NO.  HOURS  PER  SHIFT:  y/^  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ^  ^y^^fj^  TELEPHONE:  -26*/ &  


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  S£&tL  

GENERAL:      fi^ayt^SS  Ofe  r £/y7f    f?*>J>"sAcJ  Cb/7S,$f- 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:      ^j/J  O 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  Z-S'S'S 


PROJECT  NO.:    tilzLL ^  Ll2  % 


PRO  J.  NAME:  M ,  t  so  ~<jl>q»J\  sbh<A 
LENGTH:   /J,  A 


COUNTY: 


jLiL 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town) :   

AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    ^^/f-    TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:  Ha  (,rP  ,  A?  / 


2(c  <>--  Lfcl-  I 


GENERAL:       jfe  -  ^AAtO^  £W,/>  U  /*J 


JUL 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


SEAL  &  COVER  PROJECTS 

RTF  1-6(8)342,  Rudyard  -  Gildford,  12.6  miles.  Hill  Co. 
RTF  1-7(6)414,  Zurich  -  Harlem,  7.3  miles,  Blaine  Co. 
RTF  1-8(8)446,  Dodson  -  West,  7.5  miles,  Phillips  Co. 
RTF  1-8(9)492,  Saco  -  West,  7.0  miles,  Phillips  Co. 

CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


DISTRICT 


Great  Falls  -£JSo 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


SEE  ABOVE 


CONTRACT  TIME:  Calendar  date  8/31/85 
ORDER  TO  PROCEED  DATE:  1 

%  COMPLETE:  -7^  

%  TIME  USED:  .  


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  532,986.48  

CONTRACTOR:       Baltrusch  Const.  Co.,  Inc. 

FROM  (town):  y^uCC  

AWARD  DATE:  a*  


DATE  WORK  STARTED: 


^-  l<4- P>f^ 


PROBABLE  COMPLETION  DATE:  ,cyS //>,,- 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   / 

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS: 


Gordon  Treftz 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


265-6821 


P.  O.  Box  592 


Havre,  Montana  59501 


GENERAL :       The  contractor  started  and  completed  the  Saco  -  West  project  on 
6/14/85.    The  roadway  was  striped  on  6/17/85  making  this  project  100%  complete. 
The  contractor  started  the  Zurich  -  Harlem  project  on  6/17/85  and  finished  on 
,  6/18/85.    The  roadway  was  striped  on  6/19/85  making  this  project  100%  complete. 
The  contractor  started  the  Rudyard  -  Gildford  project  on  6/19/85  and  finished 
on  6/22/85.    The  roadway  was  striped  on  6/24/85  making  this  project  100% 
complete.    The  Dodson  -  West  project  will  be  completed  at  a  later  date.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

7  S 


CMS- U 


PROJECT  NO. 


DISTRICT:  Oiil-i)^ 

s 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      X/y  /,  /flff  

R.TF  <f-l&)0  . 

£  grr^-Z^aCONTRACT  AMOUNT:     $  &S4}?83  

PRO  J.  NAME:     fflCg  fifi  ^.fe,^  CONTRACTOR:      R.  U»>«ch  Q^L  QuC 

LENGTH:         4?.  7  rtilcs    FROM  (town):       /^u^.  rtl  

Zcu-i  V  Clark,  j  rfcfLoltcr  ra.yn.,  I   

C0UNTY:      OLiOtik  Cdsulxut  AWARD  DATE:  April  3,  IMS  

CONTRACT  TIME:    £otnp.  C>Ac    <?~i-8*  DATE  WORK  STARTED: 

ORDER  TO  PROCEED  DATE:      6-1-8*  PROBABLE  COMPLETION  DATE:  X-ll-gf 

%  COMPLETE:  33   NO.  DAYS  WORKED  PER  WEEK:  & 

%  TIME  USED:  33   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:  26  -30  NO.  HOURS  PER  SHIFT:  ^-  /  Z. 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:      £jg3£^2  TELEPHONE:        W  4330 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  q?f>< of JjnjmyJL 


GENERAL:       Rnlirvfch  CoaiLutia&  hejn/>    Sen./  £  GoCf  q^erailonj  on 

■/o  Commence     7-  /'tfS'-    


]alli  6-/3-/PS.  Pr-yrt    Erf  6a-/c/)Zt,  ■  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

7  6 


CMS- 14 


DISTRICT:  Jtfg 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   

PROJECT  NO.:     /-.^  s-</f?\*2'/D 
PROJ.  NAME:     ^S&mLz  igbSZz 

LENGTH :        //.  #  ^„s<  

COUNTY :  

CONTRACT  TIME:         9P  &J<3  

ORDER  TO  PROCEED  DATE:  /^>r/lL 

%  COMPLETE:  /J  

%  TIME  USED:  ^jg  

NO.  MEN  EMPLOYED:  &  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    ^gfeag    £  As9-<>><-       TELEPHONE:       ^ff-  ??J>/  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _^       ADDRESS:  ^?<3. 

GENERAL:   <^&j*&r*7tt!?  TZo      ^zx>*?z~  *<Jo*>^  

— d2&l  -J^sy    /  ,   


CONTRACT  AMOUNT:     $  l^S^JkM^. 
CONTRACTOR:        ^gg&aag  <Z**SZr. 
FROM  (town): 

AWARD  DATE:  s*/*/x<S  

DATE  WORK  STARTED:  ^  

PROBABLE  COMPLETION  DATE:  y^jg^T- 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:  „ 

NO.  HOURS  PER  SHIFT:   ^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-1A 


DISTRICT: 


Great  Falls  -  ?y  yv- 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       July  1,  1985 


PROJECT  NO. :      F-BRT-HES  24-3(7)109 
PRO  J.  NAME:  Rnwmans  Cnrnprs -Northeast 

LENGTH:   7*8  

COUNTY:         Lewis  &  Clark  

CONTRACT  TIME:      120  Working  Days 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   4Q_ 

%  TIME  USED:   43_ 


4/16/85 


NO.  MEN  EMPLOYED: 


25  -  38 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  4.243.653.15 

CONTRACTOR:     HildC  PnnstrnrUnn  C.n  .  , 

FROM  (town):         Gt.  Falls.  Mt. 
AWARD  DATE:  January  3.  1985 


_Lnc. 


DATE  WORK  STARTED:    March  27,  1985 
PROBABLE  COMPLETION  DATE:  Mav  31.  1986 
NO.  DAYS  WORKED  PER  WEEK:  5 

NO.  SHIFTS  PER  DAY:      1-9  &  2-9  

NO.  HOURS  PER  SHIFT:  9 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Walter  D.  Smith  TELEPHONE:  264-5310 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _§_  ADDRESS: 


P.O.  Box  1359 


fit.  Falls.  Mt.  59403 


GENERAL:       Hilde  Construction:    Working  1-9  hr.  shift  engaged  in  engaged  in 
embankment  work  &  finishing  subgrade  blue  t&ps  on  widening  side|  Installing 
the  double  Multiplate  pipe  at  Ftat  Creek;    Installing  spring  drainage  system 
at  statton  374+50,    Crusher  working  double  9  hour  shifts  crushing  &  stockpiling 

3/4  In.  top  surfacing  &  lk  In.  base  course  gravel.  

Martinez  Construction  Co.  :    Worked  the  last  part  of  the  month  installing 
pipe  and  forming  &  placing  concrete  cutoff  walls  for  double  multiplate  pipe 

at  Flat  Creek.  

Stahly  Engineering;     Setting  subgrade  bluetops  on  widening  side  of  roadway. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:       Great  Falls  ~3JI& 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       July  1.  1985  

PROJECT  NO.:     F-HES  24-3(11)83  CONTRACT  AMOUNT:     $  1,660,615.00 

PRO J.  NAME:       Rogers  Pass-West  CONTRACTOR:     American  Asphalt,  Tnc. 

LENGTH:  8.1  Miles   FROM  (town):  Missoula,  Mt. 

COUNTY:  Lewis  &  Clark   AWARD  DATE:   

CONTRACT  TIME:       70  Working  Days  DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:     June  1986 

%  COMPLETE:   Q   NO.  DAYS  WORKED  PER  WEEK:  p 

%  TIME  USED:   J)   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  Q   NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Waltfer  D.  Smith  TELEPHONE:  264-5310  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     3_  ADDRESS:        P.O.  Box  1359  

Gt.  Falls,  Mt.  59403 

GENERAL:        Project  let  to  contract  on  May  30,  1985.  

No  activity  on  the  project.  

Engineering  crew  engaged  in  running  offset  centerline.  staking  pipe  and 
marking  clearing  areas.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE 
3255-2914  if 


CMS- 14 


DISTRICT:    £**JL  SjJs 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     JpLy   /f  /ftps' 


PROJECT  NO.:      pTp  ^0-£  fc)7/ 


PRO  J.  NAME:      frij  ^jjj 

LENGTH:         ,G.u  Mi'fa  

COUNTY:  &3CiuL  


CONTRACT  AMOUNT:     $  ^Z/?0.£Z>£4S 
CONTRACTOR:     .y/e^g/1  C«n.4.  Ce.;  rnc 

FROM  (town):      QttxA  GJk  

AWARD  DATE:       M^M  ti^UMS.  


CONTRACT  TIME: 


90  u/,0. 


DATE  WORK  STARTED: 


4 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  /Q 
%  TIME  USED:  J4- 
NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:  *?-l-8S 
NO.  DAYS  WORKED  PER  WEEK:  -T 

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  -lo  J 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER :     n  .  f,   ><;  ,  in  TELEPHONE 

ADDRESS 


(2  ■  EjtxdiL£2QD. 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


727-  43^Q  738-43/7 


GENERAL:       ^L>Z>  CanlrKizUr  S$tC  Con  slacken   <r*  ™p  U  hJ  Jra,.^^^  jaaJ,  /L 

~£hrwqi  out  ihe.  ^Or^r.c/  

 *5l>b  &nin,chr  Forrt^  £ar>$Jrv  <T0/nfi/c^cJ produci/ij  /.fhckpt'h'inj 

on  &'Z6>-#S.    Crvahinj  of  PL  fyj.  ~/o  ^^^msc  aJ>BuJ  7-/S~£5~- 

 JTu6 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:       3130  Gt  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         June  26,  1985 

PROJECT  NO.:         MBP  60-2(17)95  CONTRACT  AMOUNT:    $  119,300.00 
PRO J.  NAME:       Warden  Bridge  -  Painting  CONTRACTOR:       Rainbow  Painting  Co 

LENGTH:   n  nn  Mt1p«:   FROM  (town):      Great  Falls,  MT  

COUNTY:   Cascade   AWARD  DATE:   3-11-85  

CONTRACT  TIME: Complete  by  10-15-85  DATE  WORK  STARTED:  4-30-85  

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:  10-15-85 

%  COMPLETE:   32   NO.  DAYS  WORKED  PER  WEEK:   Variable 

%  TIME  USED:   32   NO.  SHIFTS  PER  DAY:  Variable 

NO.  MEN  EMPLOYED:         4-5   NO.  HOURS  PER  SHIFT:  Variable 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:         F.  A.  Robinson  TELEPHONE:   727  4350  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  1^  ADDRESS:  Gt  Falls,  MT  


GENERAL :   Contractor  employing  4-5  men,  working  variable  shifts  depend i ng 

 on  weather.    Work  consists  of  cleaning,  spot  coating,  and 

 applying  finish  coats  to  super  structure.    Painting  of  structure 

 approximately  55%  complete,  32%  for  total  project.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:       Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      June  26,  1985 


PROJECT  NO.:      R.S.  218-1   (2)  9                CONTRACT  AMOUNT:    $  1  ,010,924.93 
PRO  J.  NAME:    .  Sol  1  iH  Rnad^onrad  F.ct     CONTRACTOR:    Bali-m^-h  rnn^r..,^ 
LENGTH:     9.8  miles   FROM  (town):    Havre.  MT   


COUNTY:     Pondera   AWARD  DATE:      December  5.  1984  

CONTRACT  TIME:       70  Work inci  Day*  DATE  WORK  STARTED:    April  79  iq«F 

ORDER  TO  PROCEED  DATE:     4-16-85  PROBABLE  COMPLETION  DATE:     July  15.  1985 

%  COMPLETE:   qjj^   NO.  DAYS  WORKED  PER  WEEK:  _5  

%  TIME  USED:  64%"   NO.  SHIFTS  PER  DAY:   ]  

NO.  MEN  EMPLOYED:     2-25   NO.  HOURS  PER  SHIFT:   10 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Hammerbacker  TELEPHONE:  278-7944  


NO.  OF  ENG.  PERSONNEL  EMPLOYED:     5 "11      ADDRESS:  P.O.  Box  1240 


Conrad,  MT  59425 


GENERAL:      Thp.  rnnrrar.rnr  cnmnleted  paving  operations  6-7-ftq.    The  r.nnt-rartnr 
started  hauling  3/4"  CTS  for  shoulder  dressing  6-10-85.  and  completed  work 
6-12-85.  The  Contractor  tore  down  and  moved  the  hot  plant  6-12-85.  Sub- 
contractor, Interstate  Specialties,  moved  onto  the  project  6-14-85,  and  finished 

interim  striping.  The  sub-contractor.  Lewis  Construction,  moved  onto  the 

project ^6-21 -85  and  completed  guardrail  operation    on  ths  bridgp  ^atinnPH  at 

553+50  -  on  6-24-85. — The  contractor  plans  to  seal  and  rover  suh.  Proi. 
onJulvl,  1985- 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:      Great  Falls  - 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  6/28/85 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


RS  432-2(1)40 


Rudyard  -  South 


6.006  miles 


Hill 


CONTRACT  AMOUNT:     $  730,133.60 
CONTRACTOR:      American  Asphalt  Inc. 

FROM  (town):  Missoula  

AWARD  DATE:  4/3/85  


CONTRACT  TIME: 


60  working  days 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  0% 
%  TIME  USED:  8% 


4/29/85 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Gordon  Tref tz  TELEPHONE:  265-6821 

ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.  O.  Box  592 


Havre,  Montana 


GENERAL: 


Contractor  has  not  yet  started  work. 


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 14 


DISTRICT- 3130-Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       July  l»  1985 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


RS  534-1(1)0 


Secondary  Signing 


26.7  Miles 


Pondera 


CONTRACT  TIME:      30  W.D. 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  100* 
%  TIME  USED: 
NO.  MEN  EMPLOYED: 


4-16-85 


17% 


ACTUAL  COMPLETION  DATE:  4-29-85 


CONTRACT  AMOUNT:     $  6,140.60 
CONTRACTOR:        L«  A*  Construction 
FROM  (town): 
AWARD  DATE: 


Havre,  MT 


3-11-85 


DATE  WORK  STARTED: 


4-18-85 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  4-29-85 

PROJECT  MANAGER:    T.  Hammerbacker  TELEPHONE:  278-7944 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


5-2-85 


Conrad,  MT  59425 


GENERAL:        Final  Estimate  &  Supporting  Data  will  be  forwarded  to  Helena 
on  or  about  July  19,  1985.  


MARL IN  BRACKNEY 
Engr.  Officer  I 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE 

4h>3  PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT: 


GT  FALLS  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  June  26,  1985 

PROJECT  NO.:  M  5219(1)   CONTRACT  AMOUNT:     $  54,598.00 

PRO  J.  NAME:     38th  St  &  2nd  Ave  No  CONTRACTOR:      Livesay   Traffic  Maintenance  Inc 

LENGTH:   (MX)   FROM  (town):     Great  Falls,  MT  

COUNTY:       Cascade        0   AWARD  DATE:  10-31-84  

CONTRACT  TIME:        60  Working  Days  DATE  WORK  STARTED:  6-10-85  

ORDER  TO  PROCEED  DATE:         4-16-85  PROBABLE  COMPLETION  DATE:  7-5-85 

%  COMPLETE:   99   NO.  DAYS  WORKED  PER  WEEK:   5_ 

%  TIME  USED:   30   NO.  SHIFTS  PER  DAY:   1_ 

NO.  MEN  EMPLOYED:  5-6   NO.  HOURS  PER  SHIFT:   1Q 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:        F.  A.  Robinson  TELEPHONE:  727  4350  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    \£  ADDRESS:  Gt  Falls,  MT  


GENERAL:      All  materials  on  hand  week  of  June  3,  1985.    Contractor  began  work 

 on  installation  of  signals  6-10-85  and  is  approximately  99%  complete. 

 State  Maintenance  Forces  and  City  of  Great  falls  will  begin  paving 

 Overlay  of  this  Intersection  6-27-85.    On  completion  of  this  work. 

 contractor  will  install  Pavement  Markings  to  complete  the  contract. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  j/jp 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  & 


fA  S7o8 

tfL£2suLU  1 


Tnhr$?cJtrf\  -W^/W^e/  CONTRACTOR:    /,c,es^/  7w,  -U» 

„  a    wSTm?   •,.    Z    a     a  ...  i 


ALA 

MIL 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY: 

CONTRACT  TIME:      QsuJsLnJsLJ.  fl^jg 

ORDER  TO  PROCEED  DATE:   

%  COMPLETE:  /Q  

%  TIME  USED:  // 4  

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:    $  ^8^7  So.  8c5' 


FROM  (town):     ^UjLSjjL  mJ. 
AWARD  DATE:  Jl„  g      L}  /<I?X 

DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 


NO.  DAYS  WORKED  PER  WEEK:  ^> 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:        .Sie<LV\   TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    /-Z.  ADDRESS:   


a,  is  re 


GENERAL 


T 


^7 


3"^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:        J/ J  Q 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  &ZMM$t£ 


CONTRACT  AMOUNT: 


PROJECT  NO.:  dL%LQjU  ?  

PRO  J.  NAME:     /fri/A^  ~V '  /?ACt    H,.tJre     CONTRACTOR:     ft*  ,Ul  ft^sL^Lu    7~n  e 


LENGTH: 
COUNTY: 


jUL 


CONTRACT  TIME:  -zS^/ou//) 


FROM  (town):  ,rfy/J~ 

AWARD  DATE:      JjJ,  ^HZj£M  

DATE  WORK  STARTED  f  -g-<f  


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


3 


JZ. 


NO.  MEN  EMPLOYED: 


2± 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 




/ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    ^cx..y    Sfex^  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED :    z.  - ADDRESS:  /-/„ 


7 


GENERAL:     Jgg^  */   //^r  /4  &&&&  & 


Ub.f  JLJX  ^,Cg-  £/<Zrj'\         <3  ro~d>  rtj  /  A 

rf/f*r\  /(^  e  i^/rs.r  Zj2  ALate* 


 i 


fiats  g  £g  ~  


tfcsv.r/t**-.^  /}  e&cfs  /n  J2&  *<p/fr<z<zc( t 


T*2 


7  r 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


£7 


CMS- 14 


DISTRICT:    Grm*.T  f«j/s  - _*j s&s 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      °S*./y  J ?  /<jgg^ 

PROJECT  NO.:     g&    q037  M  CONTRACT  AMOUNT:     $  /£<=!   £S^_  S~Q 
PRO  J.  NAME:  D/y  ^  A^o/ac  fi.  gfy  CONTRACTOR:    Af^xJjyJj  Cc^kJ: 

LENGTH:    fr^*  4  Afl«r*«~(e*   FROM  (town):    C^f  C  ,/*    jl^Z  ^ 

COUNTY:        Po*J*scL   AWARD  DATE:  _ 

CONTRACT  TIME:    7^  ifiwk,^   JX^u<  DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:   

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  £.    Z^X/wx  TELEPHONE:        -?Z?  ~i/2<TO 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:    J_       ADDRESS:     Zt^T    0/~  A'/./^,^ 


GENERAL:  SM,^  A  C&p&Z.  /2<,^ay  See  E~ 
g  <*s  /y    /.   / 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE 
3255-2914  «J 


DISTRICT:   Crrtzrt  f       /  ~3/2>C 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  j^aZzAg  

CONTRACT  AMOUNT:     $    /  /  .^nq.  no 
CONTRACTOR:     Qt£jjj31m&£.  s~r>r*.^. 

FROM  (town):  czhlXUaat  

AWARD  DATE:  Zj^SLJS^S.  

DATE  WORK  STARTED: 

PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:  3 

NO.  SHIFTS  PER  DAY:  /  

NO.  HOURS  PER  SHIFT:   


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:      sn - y- 
EFFECTIVE  OPENING  DATE:  C*l3Ll£J5. 

PROJECT  MANAGER:    Qu^jdaja  Tr^O-*      TELEPHONE:  ZdiJX^dSuU  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:     f=>n  s=l<~>x  ^GJ. 

GENERAL:        The  final  estimate  was  submitted  to  the  District  Office  in 
Great  Falls  on  6/7/85.  


PROJECT  NO.:     ^  ^^.s  gfcg)  

PRO  J.  NAME:     y/A^/y  2±#£L* 

LENGTH:  -7  

COUNTY:  //h^r-ty  

CONTRACT  TIME:  jj^s.  

ORDER  TO  PROCEED  DATE:  -4-/^,-^.^ 

%  COMPLETE:   

%  TIME  USED:  &£>Za  

NO.  MEN  EMPLOYED:  ^  

ACTUAL  COMPLETION  DATE:  ,^.;7-^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:       Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ,|,inp  76,  lQ»q 


PROJECT  NO. 


S.M.P.  0799-85 


_       CONTRACT  AMOUNT:     $  it7lt.7QQ.QQ 
PROJ.  NAME:       Maintenance  Stockpi les      CONTRACTOR:         Konitz  Contracting 
LENGTH: 
COUNTY: 


Var  ious 


CONTRACT  TIME:  100  Working  Davs 
ORDER  TO  PROCEED  DATE:  L-]f>-te 

%  COMPLETE:  26%  

%  TIME  USED: 


FROM  (town):       Lew is town.  MT  

AWARD  DATE:         March  11,  1985  

DATE  WORK  STARTED:  May  20,  1985 


-3Z- 


NO.  MEN  EMPLOYED: 


5± 


PROBABLE  COMPLETION  DATE:  Aug.  15.  1985 
NO.  DAYS  WORKED  PER  WEEK:  5 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


1 


8 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 


PROJECT  MANAGER:  Hammerbacker 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _2_/,  ADDRESS: 


278-79^ 


P.Q.  Rnx  i?4n 


f.nnrad,   MT  Wk?S 


GENERAL :     Suh-r.nn tractor ,  United  Materials,  plans  to  resume  crushing  on  Emerso n 
7  ^  "85.  Sixteen  hundred  tons  remaining  


 Contractor.  Konitz,  moved  into  Square  Butte  pit  6-25-85  and  plans 

to  begin  crushing  operations  6-27-85.  


Project  is  twenty-six  percent  complete, 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


to 


CMS- 16 


DISTRICT:  Crreat  BaJ/s  -JJ3o 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^.j?W/a,,*5  

PROJECT  NO.:     pr  ,  -  7  fa)  DATE  SURVEY  AUTHORIZED:  7.^4 

PROJ.  NAME:  /^/  n*/kn*r  ■  /=>7 ^  f  DATE  WORK  STARTED:  ljr.-^-M 

LENGTH:       ,  ^       ^//^   ESTIMATED  COMPLETION  DATE:  fl.7.^ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     C^sirdnr,    Tre-P+jr    TELEPHONE:  -  ^     g  /  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:      ^  ^  ^  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-16 


DISTRICT:  r^,W  G^lh 
3)3G 


PRELIMINARY  SURVEY  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:    r^Ti=--  Nf=^  /n  ■.■=>(-?)  eg    DATE  SURVEY  AUTHORIZED:  1-1^.^2. 
PROJ.  NAME:               1=  idsr  -  /-/^„rr      DATE  WORK  STARTED:  ^-^/-^ 
LENGTH:  m,'/^.*   ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    c-,s>r^*„   thsM^.  TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:  A-  %  COMPLETE:        ojq  yQ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 
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DISTRICT:  Crr^t  F»,U  %  j  f  o 


it  it  a  j 

PRELIMINARY  SURVEY  PROGRESS  REPORT  ?  »  T  5 

M  (DM 
It  (I   it  H' 

FOR  THE  PERIOD  ENDING:      ^, .  j?-^, .    ho..  3 

,rt"  O 

Hi  O  H> 

Ml  rf  • 

H   H-  O  < 


PROJECT  NO.:     pr  /r) .  ^         //<0  DATE  SURVEY  AUTHORIZED:    <  S  ™  h 

PRO  J.  NAME:      n  *  *  ■  5l£UU±L  DATE  WORK  STARTED:      &z&Qs&£  III 


CMS-16 


DISTRICT:       Great  Falls 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       July  1.  1985  

PROJECT  NO.:        RF  24-3(7)76   DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:        Rogers  Pass-East  DATE  WORK  STARTED: 


LENGTH:   .   ESTIMATED  COMPLETION  DATE:      Sept.  1985 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     Walter  D.  Smith  TELEPHONE:  264-5310  

NO.  PERSONNEL  ASSIGNED:  4+  %  COMPLETE: 


3  *  rt"  S 

LENGTH:  L  (*>  £Z2llcjS.   ESTIMATED  COMPLETION  DATE:  oSSh 

3   3  H- 

DATE  SUBMITTED  TO  DISTRICT:  w'S  S 

  \  3  "tJ 

to  •     hi  0) 

PROJECT  MANAGER:   Qguaakg  7^ej£hs     TELEPHONE:       a^g^a^i   S  3  I  * 

Cn  O  3*  K 

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:    '  5  »  8 

H-  01  0) 
3  (t>< 

CO  W  CD 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU  h  3  | 

YELLOW  -  DISTRICT  OFFICE  H  10  h- 

PINK  -  ORIGINATING  OFFICE  S  w  5 

H  (V 
(D   H-  » 
•     3  H 
(t> 


89 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 


DISTRICT: 


Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       July  1.  1985 


F  24-4^5)117 


Simms-West 


DATE  SURVEY  AUTHORIZED:  8/3Q/R4 
DATE  WORK  STARTED:      Oct.  in,  1 986 


11  Miles 


ESTIMATED  COMPLETION  DATE:  ZU5J&S 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  Walter  D.  Smith  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:  0  %  COMPLETE: 


264--mn 


97 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 16 

DISTRICT:     3130  Gt  Falls 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     June  26 >  1985 


PROJECT  NO.:         RS  228-2(5)30  DATE  SURVEY  AUTHORIZED:  12-22-83 


PRO J.  NAME:    5  Mi  So  Ft  Benton-South       DATE  WORK  STARTED:  T -1 B-ftR 

LENGTH:   10. Q  Miles   ESTIMATED  COMPLETION  DATE:  1?-31-ft5 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      F.  A.  Rohinsnn  TELEPHONE:         7?7  4350  


NO.  PERSONNEL  ASSIGNED:  f)  %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


CMS-16 


<D  fl> 


DISTRICT:  C^r^-t^lU  \  »  „  0 


3   O  ft 

PRELIMINARY  SURVEY  PROGRESS  REPORT  f  1  h-  h 

CASH 
S  H  •  B" 

FOR  THE  PERIOD  ENDING:        ^  ■  ^.-^  »  ?m  » 


5  •  ». 

hi  0)  3 

O  H-  Qj 

C  i-3  3 


PROJECT  NO.:     s  3  ^_^,r- z:        s-*        DATE  SURVEY  AUTHORIZED:     ^  -  LZ^&*j       g,  P.  w  £ 

c  < 

PRO  J.  NAME:      ^  3ja*du^S£UlJk    DATE  WORK  STARTED:  St  IS 

'  (2  •  1 

LENGTH:       //,  a  gaZZz  £   ESTIMATED  COMPLETION  DATE:     Q-/^-^    l  g  h  8 

DATE  SUBMITTED  TO  DISTRICT:  8  ?  ?  o 

  o  g 

PROJECT  MANAGER:   Gzazdz*  Zbs££ff      TELEPHONE:       &^^Z&JZd   \  9  f  % 

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:       ^  ^  ^  '   01  2  ' 

3  a  > 

SI'S 

(0  n 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU  >o  ft  h- 

YELLOW  -  DISTRICT  OFFICE  2  Sr  3 

PINK  -  ORIGINATING  OFFICE  8  3  o 

05  >Q  Mi 

0) 


CMS-16 


DISTRICT:      3130  fit  FalU 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  June  ?6r  1QB5 


DATE  SURVEY  AUTHORIZED: 


PROJECT  NO.:  RS  330-1(1)0  

PROJ.  NAME:  Ulm  South  (mid  Section!  DATE  WORK  STARTED:  11-1/uad 
LENGTH:   5.3  Miles  ESTIMATED  COMPLETION  DATE 


??????? 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  F.  A.  Robinson  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:   Q  %  COMPLETE: 


7?7  435D 


_5H 


????    Pending  availability  of  DOH  Land  Surveyor  to  re-establish  section  corners 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


CMS- 16 


DISTRICT:      Gt  Falls  3130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         June  26,  1985 

PROJECT  NO.:  RS  330-1(6)0  DATE  SURVEY  AUTHORIZED: 


PRO  J.  NAME:    Ulm  South  (North  Section)    DATE  WORK  STARTED:  n.?fi-*n  

LENGTH:   6.5  Miles   ESTIMATED  COMPLETION  DATE:  ??????? 

■      ■  ■  — —    

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      F.  A.  Robinson  TELEPHONE:  727  435Q  


NO.  PERSONNEL  ASSIGNED:  Q  %  COMPLETE:   jg^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


CMS- 16 


DISTRICT:  3130  Gt  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  June  26,  1985 


PROJECT  NO. :  M  5212(1) 


DATE  SURVEY  AUTHORIZED:  9-17-81 


PRO  J.  NAME:  Gt  FalU-Wh  Artori^  DATE  WORK  STARTED:  12-10-81 
LENGTH:   8.9  Miles  ESTIMATED  COMPLETION  DATE: 


?????? 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:         F.  A.  Robinson         TELEPHONE:        727  4350 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE:  46 


?????     Work  suspended  indefinitely 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


DISTRICT:      Gl endive  4130 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        June  25 »  1985 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 

USED 

THIS 

REPORT 

PERIOD 

0/ 

% 
COMP 

EST 

COMP 

DATE 

F  26-1(1)3 

Sidney  -  North  Dakota  Line 

Gr. ,  Gravel j_PMS_ 
and  Structure 

Final 
Design 

70% 

12/1/8) 

F  2-1(8)46 

Fallon  Co.  Line  E.  &  W. 

PMS  Overlay 

Comp. 
of  Surv, 

inn  tli 

F  39-1(15)4 

Lame  Deer  -  North 

PMS  Overlav 

Final 

P   T  H 

in0/  

11/1/8  > 

F  18-1(2)1 

Miles  City  -  Northwest 

PMS  Overlay 

Final 
P.I.H. 

12/1 /fii 

FR  1-10(12)639 
Culbertson  -  West 

PMS  Overlav  &  WIHp.ti 

Final 

rip  c  i  pn 

17/1/8  i 

F  1-8(6)500 
Saco  -  East 

PMS  Overlay  &  Widen 

Prelim. 
P.I.H. 

5% 

3/1/8 

RS  247-1(1)0 
Webster  -  East 

GS. 

Final 

M  ■»■  - 

m 

9/1/8 

RS  438-1(4)0 
Nashua  -  North 

PMS  Overlav 

Comp. 
of  Survt 

v 

nx 

m/i  /« 

F  25-1(6)0 
Circle  -  North 

PMS  Overlay  & 
Mai or  Widen 

Final 
3onst.  I 

136 
imits 

45% 

11/1/81 

RS  344-1(5)29 

7.5  Miles  West  of  Froid 

PMS  Overlay 
&  Widen 

Prelim. 
M.H. 

52 

1  ?/l  /Sf 

F  57-6(2)281 
Circle  —  East 

PMS  Overlay 

]omp. 
>f  Surve 

y 

.M  

1  2/1  /8( 

BRF  42-3(6)73 

S.  of  Glasgow  (Milk  River) 

STR.  and  APPS. 

Prelim. 
M.H. 

>l 

6/l/§; 

F  42-3(7)59 

Fort  Peck  -  Glasgow 

PMS  Overlay 

Major  Widen  &  STRS. 

leview 
Survey  M 

Dtes 

0% 

10/1/8; 

M  5008(1) 

Sarg.  Ave.  &  Allard  St.  -  Glv 

G^j  GS..  ,  _PMSj_    _    _  _ 
.     STM-SNR  &  S-Walk 

Prelim. 

M.H. 

8 

5% 

7/l/9( 

TOTAL  =  144  Hrs. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


9k 


DISTRICT:  ^/e/jJuJiT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Jl/aJ*  ^  /^PiT 


PROJECT  NO.:    Sf.^jJ  StZAl   PioJcds  CONTRACT  AMOUNT:     $  /,  39& , 
PRO  J.  NAME:     J/iElDu.K    /huu/i  £S  CONTRACTOR:    MlTtUS/lA  j&&5 

FROM  (town):  ///4\Z££T 


LENGTH: 
COUNTY: 


JLLL  /)j*/a///£S 

CONTRACT  TIME:  CfaggJ&Ldg.  jdlMl 
ORDER  TO  PROCEED  DATE:  4'Z2-$£ 

%  COMPLETE:   

%  TIME  USED: 


AWARD  DATE:  Jm,1  j£  /<?J?5 
DATE  WORK  STARTED:  S" 


NO.  MEN  EMPLOYED: 


2  ro  Jl 


PROBABLE  COMPLETION  DATE:  9~/'S6' 
NO.  DAYS  WORKED  PER  WEEK:  SloT 
NO.  SHIFTS  PER  DAY:            /   To  3 
NO.  HOURS  PER  SHIFT:  J}£/QUS  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE 
ADDRESS: 


PROJECT  MANAGER:  J)t  .DuEteAEf. 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


fat**/;  /r/r.  S9sz4 


GENERAL 


SmmA.  *&0sL££&  &&LaskL  mdk 


///Acts  £Jj<l  Z/A/rz  z2tJL  >#^fex//  /rf^y^^ 

stcJ-io^  M4dki£  duM&Z  '  Z. 

fl/jn AAe/z   /Mat'/..   <rofl?J/f£  ^ajj  fieddut/suq  ys/(  . 

/Mjt'z.  £M  "£rr  /A-?s,)si  /yJfe**/  &&/<&+- 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


91 


DISTRICT:  {^M/id/V  -e^ 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     June    2^  tfSS* 

PROJECT  NO.  :*?eoooS<;s)f  roooeCu)  CONTRACT  AMOUNT:     $  /.0£3.  /£TjZ>  QO 

PRO  J.  NAME:  M/etjM  S<z*/e.s   CONTRACTOR:  rfgrje*.  S  0Sc<J0ocJ 

LENGTH:     _~   FROM  (town):      Q>£*££t.  Z^//*. 

COUNTY:      Various    <£*u~d*S  AWARD  DATE:  //-  S^&4_  

CONTRACT  TIME:        /2Q   DATE  WORK  STARTED:  QlLl&^l. 

ORDER  TO  PROCEED  DATE:      3  PROBABLE  COMPLETION  DATE:  <?-3o- 

%  COMPLETE:  #Q   NO.  DAYS  WORKED  PER  WEEK:  S~~ 

%  TIME  USED:   30   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:         /2~   NO.  HOURS  PER  SHIFT:        &  ^  /O 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  A>/A 

PROJECT  MANAGER:    A&n  -  $va/-e-  TELEPHONE:     36>S~'  Z^77  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      ^  ADDRESS:        fS>/jU* <cf'^ j  /nT    S<?33  G 


GENERAL:  J^/Ztioo ™j    tvar*L    tc*S  Jy  ^lsl  

jr    O^^r^K     S'/t?  jjjjT ♦  

-/%e     s  i  eiAJ    St't*  Scfe* ■■//&■ J»  

^Sc>j<  e*  ,<-a~n~     sv  A    --  £CorJ<Z  fi?  jQre>  cjye-rZ  /7<=W   5Tt?t*A?  ^>,  lh 

stjfrtc*.  (//•£■)  S/A-~  ^eqaru  MrtUin^  'Mr  r*e*u  S~C&/e  f>i^.  

/e?cs///e.  fcoc/Uer^fe.  8    £         e  Jj  >S-/  +e-  ~     7~A<?     c/em*  A"/t<n^  <Z*irCUJ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


ft 


CMS- 14 


DISTRICT: 


Gl  endive. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      June  25,  19»5 


PROJECT  NO.:  RTF-HES  1-10  (14)  648 

PRO J.  NAME:    Bainvi lie-West  

LENGTH:   8.3  Miles  

COUNTY:  Roosevelt  


CONTRACT  TIME: 


80  vID 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:   °_ 

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


April  16.  1985 


21 


0 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  1,013,125 
CONTRACTOR:      Portable  Pavers 
FROM  (town):       Miles  City 


AWARD  DATE:  February  8,  1985 
DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Sept.  1,  1985 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Baldwin   TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    .  3  ADDRESS: 


787-5701 


P.O.  Box  556 


Culbertson 


GENERAL :   No  work  by  the  contractor  this  past  period.  Assessment  

 of  contract  time  began  on  May  28 .    No  word  from  the  contractor 

 as  to  when  work  will  begin  or  any  request  for  a  pre-construction 

 conference.    Survey  crew  assisting  on  construction  layout  of 

 Savage-Crane  and  Sidney-Fairview  projects  and  worked  only  2  days 

 on  this  project,  which  is  now  75ff  complete . 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:      V/ 5  O 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO. : 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $ 

CONTRACTOR:   

FROM  (town):   

AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

l<.  l(  TELEPHONE: 
£  ADDRESS: 


PROJECT  MANAGER: 


>  6l  * 


•  S  2  7 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:       ^>rhe        ,  .  t  .  ,  t      ,  $       /  6  ,      L<  J  d  ^  L  <  >  £ 


A, I    M :/■•/..:•■  ^c  4^HJ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:  ^X^^Mm/LSd 

PRO  J.  NAME:       OT{u  ttt-s  

LENGTH:         /  /,  /   

COUNTY:        /flcl  L«»<4  

CONTRACT  TIME:  /s/fi  


$ 


CONTRACT  AMOUNT 
CONTRACTOR: 
FROM  (town): 
AWARD  DATE: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED: 
PROBABLE  COMPLETION  DATE 
NO.  DAYS  WORKED  PER  WEEK 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS: 


PROJECT  MANAGER: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


3d--  z&22 


J- 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  ^U*^' 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


F  RTF  Z.#-2~<n  )& 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town):  _ 
AWARD  DATE: 


$  ////I 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER 
NO.  OF  ENG.  PERSONNEL  I 


TELEPHONE: 
ADDRESS: 


GENERAL :   /0#£>     Stfx!*  A ' //jfrfc/   /a  sS^/s    0*7  3-A*6^rj 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


STRICT:    "  menrllvn 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Jun  c.  <£> <T / '? > jU~  \ 


PROJECT  NO. :  RTF-ftMP  ??-?.  )[7 

PR0J'  NAMEJ         ^tolo,o-M  ft  3 


LENGTH: 
COUNTY: 


CONTRACT  TIME: 
ORDER  TO  PROCEED  DATE: 
X  COMPLETE :  , 
X  TIME  USED: 


CONTRACT  AMOUNT:  $ 

CONTRACTOR:   

FROM  (town):  ^.  

AWARD  DATE: 


DATE  WORK  STARTED:   

PROBABLE  COMPLETION  DATE:  7_ir>,nr. 

NO.  DAYS  WORKED  PER.WEEK:.-.-   . 

NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


NO.  MEN  EMPLOYED :   

ACTUAL  COMPLETION  DATE:  

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

TELEPHONE 
ADDRESS : 


PROJECT  MANAGER:  j,,.on  ,,.  ....^  ,|n 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


■7«7-ii7ni. 


CulbertM.in 


GENERAL: 


ammJ  to  Uxln  s_  canatoUto  Imul  ixzzlwl  tiw 


 l!"lom 

TI    Jfe  P^n,nrY  tjt,              0||<t  ,„.  n               ^  . 

•"ll)!',  .1 

tul  tr:m  -lt                cnnotnn.Mnn  t„,,     t  t-n  1  >> 

  S2_fl  __ 

_i_l_  Li_-u_iaal  acs  __aJL__l___  leal  e  LaUlac  data  ; 

Irj  July 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  Glendive 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    June  25,  1985 

PROJECT  NO.:     F  22-3  (1)  81   CONTRACT  AMOUNT:     $  1,060,641  

PRO  J.  NAME:    Culbertson-North   CONTRACTOR:  Baltrusch  

LENGTH:   7.3  Miles   FROM  (town):  Havre  

COUNTY:       Roosevelt   AWARD  DATE:       October  31,  1984  

CONTRACT  TIME:  100  WD   DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:      April  16,1985  PROBABLE  COMPLETION  DATE:    Sept.  1,  1985 

%  COMPLETE:   0   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:   £3   N(K  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:     _p_   NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:  

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Baldwin   TELEPHONE:         ,  787-5701  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _3_  ADDRESS:  P.O.  Box  556  

Culbertson 


GENERAL:  No  work  by  the  contractor  this  past  period.  Assessment 

of  contract  time  began  on  May  20.    Sub-contractor  has  advised 
that  his  plans  now' are  to  move  into  the  pit,  for  the  purpose 
of  aggregate  production,  toward  the  end  of  June.    Three  man 
survey  crew  worked  2  days  on  construction  layout  which  is  now 
55#  complete. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  <j£^ag^3fe 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    ^Jc/jr  £S  /fSS 

PROJECT  NO.  :  F  23-  j  (6)1      M  8001  (3)        CONTRACT  AMOUNT:     $  ^SoZ  SV9.  Z  Co 

PR0J-  NAME:  5S^S^'Vd'  C0NTRACT0R:  SU4t~A*<S 

LENGTH :      jf  ^  ^   FROM  (town):  //^j  c 

COUNTY:    AWARD  DATE:  4//AJSSSl/  

CONTRACT  TIME:  ^J.  £>   DATE  WORK  STARTED:  1&%&&L 

ORDER  TO  PROCEED  DATE:  A <S  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:        /(DO    NO.  DAYS  WORKED  PER  WEEK:  S 

%  TIME  USED:         99   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:      &   ^kggg^ff&J  N0-  H0URS  PER  SHIFT:  &  

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    ^fc>^  S^CjOj^A  TELEPHONE:  ggK^J&fJL  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     Z-_  ADDRESS:     2^fl it. ^<v^J*y  s 

GENERAL:       /  r^/us/sTf  -/Ae  ^r/y7^//ic/ ^/-^  fy  y^r/^/ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  ^S^^Q/^J^ 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      / /^<^^ 

PROJECT  NO.:    j^^i^^ z£ CONTRACT  AMOUNT:     $  ^f, 

PRO  J.  NAME:    ,_^2ff  ^'^^^^^  CONTRACTOR:  <S%&Uj7£.  <^&? 

LENGTH:  *&£Ljg&£d£.  FR0M  (town):    J^A^/A^^.  sMf>stSj&0 

COUNTY:        /^/^J^^P  st?//s4£y&  AWARD  DATE: 

CONTRACT  TIME:  /%/^.  DATE  WORK  STARTED:  //-^-^C 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:  J^/C^-^f 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:   J&fi   NO.  SHIFTS  PER  DAY:   / 

NO.  MEN  EMPLOYED:      J&/_    y^^T  NO.  HOURS  PER  SHIFT^  ^f\^f* 
ACTUAL  COMPLETION  DATE:           ^  C^40^) 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  ■  ' 

EFFECTIVE  OPENING  DATE:  ^— 

PROJECT  MANAGER i^^T       ^^A^/^T TELEPHONE:        ^g^£> -^£^5" 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:    /Z&zjt/W^'  /W^/fT^U^ 


GENERAL:    ^^/P/'2^t^  ^  ^S^hcl^  ^hdS^ae^ 

*Mr.  sz^kzg?  ^gg&zL  <&&2*&2tA  -&s#  ..^y^ 
^yyy^y>^  /zrM^y?  tz^^^  ^k^^-Saty.  

^^fcg^fe  jgjggg&Zl  ^H^^^  ^^"^^  <^r%? 

^yy  s^#r-gzr  y^m^-  *£y^^ry^  


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS- 14 


DI STRI CT :     £V  C~f<Z?/ftr" 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  (^/^-Q^ 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


CONTRACT  AMOUNT:     $  /Q.  </??.  (n  ~?Z-.^TO 
CONTRACTOR :      /Pcrr&rs    (TC^  CGvrsS~.  y^/Q . 
FROM  (town):      sf^C^/ZsS?  Osf<£?.  Cc/sZ. 

AWARD  DATE:  jf/j'/fi^  

DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


CONTRACT  TIME: 

ORDER  TO  PROCEED  DATE:  j 

%  COMPLETE:  y  a  0  

%  TIME  USED:   

NO.  MEN  EMPLOYED:  -   

ACTUAL  COMPLETION  DATE:  j^/lLji/fcj 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE:  Z- ~  S 

ADDRESS: 


PROJECT  MANAGER:     S~<-</s& /*<S(7/i/ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  / 


GENERAL:         S^/CO  T C^C 7^       <Z Ct^y^C  C?r /fr^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        &  '^"^^ 


PROJECT  NO.    7V4d^3S)j/S  CONTRACT  —J^^f'^ 

LENGTH:    _J±AZA^L&   FROM  (town):  / rt£ S    /l / ■ 

COUNTY:  ^^^J_^^^  AWARD  DATE:         /Z  ^'fV 

CONTRACT  TIME:  DATE  WORK  STARTED:  -^'^^ 

ORDER  TO  PROCEED  DATE:  ^V^£L  PROBABLE  COMPLETION  DATE:       7  ~SS 

X  COMPLETE:       ^7    NO.  DAYS  WORKED  PER  WEEK: 


%  TIME  USED:    N0'  SHIFTS  PER  ^   

NO.  MEN  EMPLOYED:    __^5____       NO.  HOURS  PER  SHIFT:   /O 

ACTUAL  COMPLETION  DATE 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  

PROJECT  MANAGER:  ^J^^Z^f^-   TELEPHONE:   Z3Z'/C^ 

NO    OF  ENG.  PERSONNEL  EMPLOYED:    U_       ADDRESS:      ^j/^   Of  ///M&fiZS 

GENERAL:    ^^J^S^^Z^  P^tOf> 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS- 14 


DISTRICT:     (?C  <r<V/P/fC- 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  CZ/z^/S 

PROJECT  NO.:  9  rJ/jZT  CONTRACT  AMOUNT:     $  g,  Q&  Z  >  SO 

PRO  J.  NAME:     ^ggggfV^  <TC7.  ^^^ty/TCNTRACTOR :     ^/Tr^jfC  d=  X?s*i/<Fs<J~  Ss*  C 

LENGTH :  ^  P  S27/<^  C^S  FROM  (town)  :    «^Vg  C^yT     e  S S^X 

COUNTY:  r^/r^   AWARD  DATE:  //y/riPj"  

CONTRACT  TIME:        9>£7  C*//P  DATE  WORK  STARTED:  ^ 

ORDER  TO  PROCEED  DATE:      ^/sG/fejf  PROBABLE  COMPLETION  DATE:  P/SG/fajr 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:  ^  /   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:  / 0   NO.  HOURS  PER  SHIFT:  S & 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      J~ca//£ //SV/{/  TELEPHONE:        Z~~3  Z-  -  /'OP'S  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _s=5~~  ADDRESS:  ^PCf/^y^.     Q/^  /ytWKJ 

GENERAL:  ^      C^r/^C/"^!/  Q^ffy^C"^ 

 ^C/^/yy-  s77/jr    s?(T(T~  &  &s?ys 

  rcszpcr       crasrsr  <^  c  <7/iS.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

/Of 


DISTRICT:         \3  U 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  -  Z.f>'-  8-j 


PROJECT  NO.:  £JLtzJgj  3  ^  j  i 

PRO  J.  NAME:  ,  \j   -  /-'r< ,  ,  . , , 

LENGTH:  6  ,  /  

COUNTY: 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:     /c  -c"  J   5  */ 

%  COMPLETE:  c  ___ 

%  TIME  USED:  7  

NO.  MEN  EMPLOYED:  Z  £> 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  / 


CONTRACTOR:  £,~u-t. 


FROM  (town):  h,  ,,  Tjj  )i  /t. .;  f 
AWARD  DATE:  k 


r  r  I  V 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE:     4^      j  g 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:  __/  

NO.  HOURS  PER  SHIFT:        /  O 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  A 

PROJECT  MANAGER:     tj\- ,  ,,M        tljL        TELEPHONE:      j'«  V-  I  y  -7  7 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:     *7        ADDRESS:       CjtHlll^      rlh.  i  (•'•-<■ 


GENERAL: 


5/ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 

» 


DI STRI CT :     £/.t?/Jq  / 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Jl//J£  £Sj  J  MS 

PROJECT  NO.:    £S  24Z~IC4)  4$  CONTRACT  AMOUNT:     $  /  243  ZdQ.  9p 

PRO  J.  NAME:    lo&fJ£  A/A-fMAd.lAtJ  LjJ£  CONTRACTOR:      GleAiiJ  &ThA&J^  £&j/aJC, 

LENGTH :         /C.<j    MiLgA   FROM  (town):      //a//9  Afik**^  .  MbL 

COUNTY :    AWARD  DATE:       Ju//    2.7>  £±j£ 

CONTRACT  TIME:  ^0 4 11-/62  lJ.JP.  DATE  WORK  STARTED:     J&J.  /7,  £HgJ_ 

ORDER  TO  PROCEED  DATE:      g-Z7~<$4  PROBABLE  COMPLETION  DATE:  6-/ZSS~ 

%  COMPLETE:  /dO   NO.  DAYS  WORKED  PER  WEEK:  3 

%  TIME  USED:  7V   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:        J_  fO  /O  NO.  HOURS  PER  SHIFT:  A/9/2J6JS 
ACTUAL  COMPLETION  DATE:  6>-/Z-£Z 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  C'/SSS 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    ,7)<  ViMfJeZ  TELEPHONE:      6>54-  /7f6>  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:         J?Q/  /7&  

GENERAL :        ^jQA  /2>jj/i£AS  /0a/£    jjjty/  ^J<?a/  J.J  /jiOs/^UC  /tO/J 

MAMS.   7&l  A.*.  A**/-   Wit  ^^SZ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

fit 


DISTRICT:  (£/±*//JC 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      -VW<*  30 '/?&^ 


PROJECT  NO. :  /?3           -/  fa)  £gj 
PRO  J.  NAME:            a  ,  '</  £4Sss7~~ 
LENGTH:          Z^T  d£s 
COUNTY:        yfe  a  J  *>  


CONTRACT  TIME:   

ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town):  _ 
AWARD  DATE: 


$ 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     aS/j^Z/p ^  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     d  ADDRESS:   


GENERAL: 


fro/** 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/SW/221F 


CMS- 14 

DISTRICT:  ^4«c//i^ 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    Ji^  e.   ^S;  UBS" 

PROJECT  NO.  :^ggj-  V-G^-tO)  Z,  CONTRACT  AMOUNT:     $  Z..  gZ4>,  7Z8- 

PRO  J.  NAME:  ^ocvcL^   /3r/Jy*.  CONTRACTOR:  /U„J^    Q^s^y  .   <Zo . 

LENGTH :    ^.gS^f  ^7}/es   FROM  (town)  xg/aeJs  ^//s  /^^/n. 

COUNTY  :^<^y,g  -u/;/Jih»xS-  M  O.  AWARD  DATE:  <Z-S4-  

CONTRACT  TIME:      S~/Z.    cT*/  ^/^ys  DATE  WORK  STARTED:        3-/Z  -  &4 

ORDER  TO  PROCEED  DATE:    ^-/J-<g<^  PROBABLE  COMPLETION  DATE:     <g-  ^  -^T" 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:  / 


NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:  S  /O 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  £Az/J-  fizJcrj*,.  P.  &  TELEPHONE :  -  </3Z7^  z?^>^/) 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:  UyAu,**  Deft? 

GENERAL:     ^€,„c/«.     &>*,s<Ar.    Co.  J?^r^/<  r    &Je&/   JSiJ^.  ppej 

dec   S~/&  £  o^v^r  c/   re*rzov-e~d    c*vorK     road  r£zL*>^. 

five  %,  £szjLl    ^<^4yrLcdri*  /^<J c^t  jy=^a.      snao  4 

 ^ ■Jrvcdw-*-.  /rt6Scrty  Ze^L      t&£2jjjL    S'o-i^e      mm  ov 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  Glendive 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  June  25,1985 

PROJECT  NO.:     SMP  IO99-85   CONTRACT  AMOUNT:     $  161,156  

PRO  J.  NAME:  Maintenance  Stockpiles  CONTRACTOR:    Eckart  Construction 

LENGTH:   0   FROM  (town):       Miles  City  

COUNTY: Sheridan, Roosevelt, Daniels  AWARD  DATE:     March  11 ,1985  

CONTRACT  TIME:  ^5  WD   DATE  WORK  STARTED:  

ORDER  TO  PROCEED  DATE:     April  16,1985  PROBABLE  COMPLETION  DATE:     August  9.  1985 

%  COMPLETE:   0   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  2k   N0.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    _0   NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    Baldwin   TELEPHONE:  787-5701  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _0_  ADDRESS:  P.O.  Box  556  

Culbertson 


GENERAL:  No  work  by  the  contractor  this  past  period.    A  pre-construction 

 conference  was  held  on  June  5,  1985  and  the  contractor  could  not 

 estimate  a  date  when  he  would  begin  work.    Assessment  of  contraet 

 time  began  on  June  10,  1985. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  <^/a^J/i, 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Jo*  c  / ?<P£~ 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


7 


A(AmmJ 


CONTRACT  TIME: 


?  tea 


ORDER  TO  PROCEED  DATE:  4£ki/LJMf 

%  COMPLETE:   O  

%  TIME  USED:  ?   

NO.  MEN  EMPLOYED:    

ACTUAL  COMPLETION  DATE :   


CONTRACT  AMOUNT:     $  0O 
CONTRACTOR:  ^//C 

FROM  (town):    x/^Yr^^  s7j/.  ^Ptt/ 

AWARD  DATE:         J  -<^<f-  Sg"  

DATE  WORK  STARTED:  ^U'/d 
PROBABLE  COMPLETION  DATE:  //-/-<fg- 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  <£g^g^Z  f^e-sU^  TELEPHONE:  *£&£±£g££s. 

ADDRESS :  {^/*r^e// 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  f„/e*d.n/& 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    \J(JA//=r  ZS,  /  9S S~" 

PROJECT  NO.:  ^Z'^/^J        DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:  T^rSJ/XOrt/l/Ceck.  M. ' <ke  DATE  W0RK  STARTED:        /-  7~&S~ 

LENGTH:  0,       /^i^S  ESTIMATED  COMPLETION  DATE:  Kjo/ij 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  Q  *5~/r? (Jlm/)<J(=>/f      TELEPHONE:      Z 3 Z~  /&CfJ?   

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   V ^ yfc>  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  G>U*ic/\ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:    tftf  g£jgg£jj DATE  SURVEY  AUTHORIZED:      /  ^-^SJ- 

PROJ.  NAME:  7&A/c?0<Z.        l/is€ £k/d^?&VKN>  WORK  STARTED:   

LENGTH:    ESTIMATED  COMPLETION  DATE:    Jg $g 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  ^S^^M'/^      TELEPHONE:  2?3<?- 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  /T/„W/l//T 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /)),?/  2fi  J'ltfS 

PROJECT  NO.:      PR  /■ C/ <s         DATE  SURVEY  AUTHORIZED: 


DATE  WORK  STARTED: 


PROJ.  NAME:       A/.-1:  \A l//)  -  A  fa  / 
LENGTH:         S.'/'    Allies   ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  s  /),,  Dtj/WAr'.^  TELEPHONE:  &gt/ -  /7/<£ 
NO.  PERSONNEL  ASSIGNED:  (Q  %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT :     &  £  €s>/0 1  y/€ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING 


T  c/^/e  zs,  /ergs' 

 yt  


PROJECT  NO.:    B(ir    I  -  JO         )  CZC1     DATE  SURVEY  AUTHORIZED: 

DATE  WORK  STARTED: 


PROJ.  NAME:     £  OA     fCOfif  C€.~ 

£.          &  -foe Tr  «w 
LENGTH:  QTJ    ^y?  /  c  <TS   ESTIMATED  COMPLETION  DATE:  /z/<?/<f/- 


DATE  SUBMITTED  TO  DISTRICT:  CdLMeJbt£ 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE : 
%  COMPLETE: 


O  V« 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


f 


DISTRICT:      <Tfc  C^sy*?/ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^/g-r/^vT 


PROJECT  NO.:      /=  Z-/  rf?  )  y£f  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:      /WCLQ/i/  ro .  DATE  WORK  STARTED:  cS/'/S^S~ 

LENGTH:  ^  </.  /    ESTIMATED  COMPLETION  DATE:       9VC  ;yff , 

DATE  SUBMITTED  TO  DISTRICT:  &  Jr/fajr- 
PROJECT  MANAGER:  S~<Jts/?/l/SO/l/  TELEPHONE:  213  7L.  ~  /g 
NO.  PERSONNEL  ASSIGNED:  wj*"  %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      ~S l/^s <F  ZS,iq^S 

PROJECT  NO.:     &£f    H-C(i}  Z  DATE  SURVEY  AUTHORIZED:       ///  1  /  H 

PROJ.  NAME:     PoZQ  aP/~/ <T    £Vf/e/~<roWDATE  WORK  STARTED:   

-  M  csJ.    of  /rets*  Tw 
LENGTH:  O.  3    ^W/6<T>S   ESTIMATED  COMPLETION  DATE:     it  1 3  QMS 

DATE  SUBMITTED  TO  DISTRICT:     L>JzcJs -S" 

PROJECT  MANAGER:   TELEPHONE:  

*   %  COMPLETE:   


NO.  PERSONNEL  ASSIGNED: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     6>  C^^Oi^/er 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      ^c/^/€  /<??£" 

PROJECT  NO.:     F  31  -3  (  z)  CS*  DATE  SURVEY  AUTHORIZED:  z/p/fS" 

PROJ.  NAME:     /) S/JCl^/Q  -  <T^sr        DATE  WORK  STARTED:   

LENGTH:         ~|  ,  g   /W/6fj   ESTIMATED  COMPLETION  DATE:  /z/zo/fVT 

DATE  SUBMITTED  TO  DISTRICT:     C/~LC/ S>S 
PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  O  °/ * 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     £>t<?  sVO 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     S  <S*/e   Z-T,  f^£S' 

PROJECT  NO.:  BZT  JT  /  -  3  (/  )  1  Q  DATE  SURVEY  AUTHORIZED:  /  l/l  //V 
PROJ.  NAME:     US(Z±  £<L  DATE  WORK  STARTED:   


LENGTH:  Q  .  /  C  £S   ESTIMATED  COMPLETION  DATE:  2JjklllS~ 

DATE  SUBMITTED  TO  DISTRICT:     C~/z  C  /<PS~ 

PROJECT  MANAGER:   - — >>  TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  O  °/\ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     C  C  CsSO  /  <S€ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ZT^/^/<T 

PROJECT  NO.:     f  S  ~\  -  C  f  Z  )  Z  <fo    DATE  SURVEY  AUTHORIZED:      Z  ///^ 

PROJ.  NAME:     O  ItZC  <~€  -  <fV7 s  r~  DATE  WORK  STARTED:   

LENGTH:         /I.   /     ^?  /  c  e S  ESTIMATED  COMPLETION  DATE:  V/z^r/^^- 

DATE  SUBMITTED  TO  DISTRICT:  C>/zC>/ 
PROJECT  MANAGER:  TELEPHONE:   


NO.  PERSONNEL  ASSIGNED:         -  %  COMPLETE:   O  ^0 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


f-  DISTRICT:     d/ggdUL  Hl 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    ^rZlT^TS^  &-J2S~-<&£~ 

PROJECT  NO.:    ^£2.-2-  fa)  17  DATE  SURVEY  AUTHORIZED:   

PROJ.  NAME:   6± d^g -  **jjg|S  DATE  mm  STARTED: 

LENGTH:        1-14  nlflc^   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:       //,  /k.d'Lty  TELEPHONE:       3C  £r  Z#?7  

NO.  PERSONNEL  ASSIGNED:        4jjW  *  COMPLETE:         ?&   2 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:     <^>  /v/f 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     S~£/*s  e  Z5~,/92S~ 

PROJECT  NO.:   XI  9^-3  (  3~l)  <  DATE  SURVEY  AUTHORIZED:      ///jW/P  V 

PROJ.  NAME:    CO.  R.QSC &UO     T^T.       DATE  WORK  STARTED:  S'/zoI V  g* 

LENGTH:     //,  J    /w/d  (f.S   ESTIMATED  COMPLETION  DATE:     /  0/7.H  US' 

DATE  SUBMITTED  TO  DISTRICT:  (eljJzliSi 
PROJECT  MANAGER:  '  TELEPHONE:  -—^ 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:    3  y% 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     <£><L  Css/OtSe: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       ~5  a <T   Z-S~,  1^8^ 

PROJECT  NO.:    ~E£  -  *j_  (4o>)  /Z&      DATE  SURVEY  AUTHORIZED:  ~Z./zc/pS~ 

PROJ.  NAME:  r*n/c£$    G'rY-c«/esr    DATE  WORK  STARTED:   

LENGTH:  <?.  /  ^  /  c  €S   ESTIMATED  COMPLETION  DATE:  h/zC/fS- 

DATE  SUBMITTED  TO  DISTRICT:      C  Jz.Q  /fS~ 

PROJECT  MANAGER:   '   TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:  ^ — ;  %  COMPLETE:  OV* 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  &C€s*Ol}/€ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ZS~ ,  /<? 

PROJECT  NO.:    X/C  C?<-/'~1  (<l)z3S    DATE  SURVEY  AUTHORIZED:     S~/ 3//#S~ 

PROJ.  NAME:     /sS/Rrit/X  -  e«sr  c^fuTDATE  WORK  STARTED:  

LENGTH:  /  S\  Z    ✓W/CCS  ESTIMATED  COMPLETION  DATE:  J//tlh$ 

DATE  SUBMITTED  TO  DISTRICT:  6>/zc/s,^~ 

PROJECT  MANAGER:   TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:  '  %  COMPLETE:   O  °/»  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  <^<fW£W<T 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      Zc/^/e  ZS', 

PROJECT  NO.:     PS   7.         zl  L^)>lS      DATE  SURVEY  AUTHORIZED:  ^/Zllf^ 

PROJ.  NAME:    fig  US  CJZ2Z  Z-£J£ja/     DATE  W0RK  STARTED:   

LENGTH:         ~l .  Z.    /-W / C€ S   ESTIMATED  COMPLETION  DATE:    ~i/zZ-/f  1 

DATE  SUBMITTED  TO  DISTRICT:      C  /~Z-C>/  ?S~ 

PROJECT  MANAGER:   TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:   '  %  COMPLETE:   °   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     £>t  €^Q^/€ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      X^//v/<T  Z^./cffS' 

PROJECT  NO.:     £s    ZV1  -  /  (i  )  Q       DATE  SURVEY  AUTHORIZED:  I 'fW 

PROJ.  NAME:    ^CKSrce  -  ^.sr        DATE  WORK  STARTED:   

LENGTH:         £>.  Z    s*r>  J c  €S   ESTIMATED  COMPLETION  DATE:      I  lc  /?C, 

DATE  SUBMITTED  TO  DISTRICT:     £  £ 

PROJECT  MANAGER:   TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:  ^  %  COMPLETE:  £>  °/o 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  £,C€<v'Oiv>€ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     T" Z  /9fS~ 

PROJECTNO.:  /Is  7.  C  /  ~Z  C/)zC  DATE  SURVEY  AUTHORIZED:  //  I  ? /<fV 
PROJ.  NAME:     fZ  / CrfCs7*sO    (To.  ^/^<r  DATE  WORK  STARTED: 


LENGTH:  ~7.  V  /-w/itr-S:   ESTIMATED  COMPLETION  DATE:     'Z//~7 A* 7 

DATE  SUBMITTED  TO  DISTRICT:     «^/z. £,/ 

PROJECT  MANAGER:   •   TELEPHONE:   ^  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  0  K 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  c^ceTA'DtVe 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     3^//V<f    ZS~  /^IS'S' 

PROJECT  NO.:     BZi    Z~l  O  zLLLjO       DATE  SURVEY  AUTHORIZED:  \~L/\zh^ 

PROJ.  NAME:    a/.  €  .   Of  4L  B  /QV      .DATE  WORK  STARTED:   ^  

C  L  /  7-rt £   sm/ssotse  /  ei^ee) 
LENGTH:  V    /v7 / C  € S   ESTIMATED  COMPLETION  DATE:  //£ 

DATE  SUBMITTED  TO  DISTRICT:  ^/z^A-T 

PROJECT  MANAGER:     TELEPHONE:   ~  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   Q  °A  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  <^c.<f^/Qi^£ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      ~5  L/sV€T    ZS^  /9f^ 

PROJECT  NO.:     £££   ZZ  C  -  Z  (')  S'     DATE  SURVEY  AUTHORIZED:        l/ /  J S-Z 

PROJ.  NAME:     Q        c  C  cW    C£6~ €<  v     DATE  WORK  STARTED:   

LENGTH:  Q.  V    s*7/  cCS  ESTIMATED  COMPLETION  DATE:  4/3 'Q// 6 

DATE  SUBMITTED  TO  DISTRICT:  C/zC/tfS' 
PROJECT  MANAGER:  -"W  TELEPHONE:   


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   O 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     CC£^Q  i^<? 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     T<Jsj£    Z  S  „  W£S 

PROJECT  NO.:    £S    ZZ3   -  I  (  o)  Q         DATE  SURVEY  AUTHORIZED:  gAuJjE 

PROJ.  NAME:    £K£tdJC4  zA±±±lW      DATE  WORK  STARTED:   

LENGTH :         ?  Z   s^?J6.es   ESTIMATED  COMPLETION  DATE:    V/jo/f  7 

DATE  SUBMITTED  TO  DISTRICT:  ^/z^/^-T 
PROJECT  MANAGER:   ^  TELEPHONE:   ^2=  


NO.  PERSONNEL  ASSIGNED:  Cl  %  COMPLETE:   O  c/' 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  {^CC^Ot^C 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      JT<//v/<T   ZS~  l^gg 

 ^e.  

PROJECT  NO.:     (Z  5    <43>X  -  \  (  <j)  <z       DATE  SURVEY  AUTHORIZED:      Z-///  /  f~S~ 

PROJ.  NAME:     /y/Ws //<✓/?-   Vo/r//        DATE  WORK  STARTED:   

LENGTH:       /  3,  V   /W/  c  g-S   ESTIMATED  COMPLETION  DATE:  -^//^/pC 

DATE  SUBMITTED  TO  DISTRICT:  C/zC/ ' f  S~ 

PROJECT  MANAGER:   TELEPHONE:     

NO.  PERSONNEL  ASSIGNED:  *     '  %  COMPLETE:  0%. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  <^<L<£^G/k/C 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      T  ^/  C  Z_SjJ3j£" 

PROJECT  NO.:     6  <L  ^    .S~cW  -  /  C  /  )  <3  DATE  SURVEY  AUTHORIZED:  _/Z/£7\/pV 

PROJ.  NAME:     a/.  <T.  6>/^~  ^P/CO/eCO       DATE  WORK  STARTED:   

LENGTH:  <Q.  V   s^p/CCS   ESTIMATED  COMPLETION  DATE:    ~1  gXJjC 

DATE  SUBMITTED  TO  DISTRICT:  ^/t.c/^S' 

PROJECT  MANAGER:   ^"^ —  TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:  ^ —  %  COMPLETE:   O  ^\  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  C,L<fr^O/^^ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      T<L/^/e     Z  S~,  l^fS 

PROJECT  NO.:      fj  S  S /C-  -  I  (t)  M         DATE  SURVEY  AUTHORIZED:  JjJjrJj^L 

t  £S  "s"/  l    -  /  (.    )  O 
PROJ.  NAME:     £&gsJtLS£t£  zJzL&Sg      DATE  W0RK  STARTED :   

LENGTH:  13.  I  ^w/^  es  ESTIMATED  COMPLETION  DATE:  It/t^/tC 

DATE  SUBMITTED  TO  DISTRICT:     <^./z£,  jgjj 

PROJECT  MANAGER:   TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:  — —  %  COMPLETE:   O   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Biuings 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    June  28,  1985 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M  HOC 

n-HKb 

USED 

THIS 

REPORT 

PERIOD 

% 

COMP 

EST 

COMP 

DATE 

RS  302-1   (2)  0 
Rimrock  Road  -  Molt 

Reconstruction 

G }    GS^  PMS 

PUBL IC 

Hear  1 ng 

128 

• 

5 

5-88 

M_69Q1-1_(  1  )_0  _  _  _  _ 
Laurel  -  1st  Avenue 

Upgrading.   

PMS  OVERLAY 

Final 
p. | .h. 

1*1 

10-85 

F  k-2  (5I5I* 
Laurel  -  Mossmain 

Upgrading 
pms  overlay 

Pre- 
P. 1 .H. 

268 

10 

10-85 

FJ6-2  (J  22.  

Klein  -  South 

Upgradi ng 
pms  overlay 

Pre- 
P.  1 .H. 

33 

2 

1-86 

F_63=2  (1]  12.  

Judith  Gap  -  Moore 

UPGRADING;  _ 

WIDEN,    PMS  OVERLAY,  STR 

Pre- 
P. 1 .H. 

55 

3 

4-87 

RS.  308-1_j6)_^  _ 

E.  of  Bearcreek  -  Belfry 

Reconst.  and  Upgrading 

G,    WIDEN,    GS{  PMS 

F INAL 

P. 1 .H. 

152 

50 

12-87 

RS.3O6-IJ3L2  _  _  _  _ 
Columbus  -  North 

Reconstruction 
g,  gs,  pms,  str. 

Pre- 
P. I.H. 

20 

2 

i*-88 

RS  500-2  (2)  19 
Mosby  -  South 

Reconstruction 

G ,  GS 

Pre- 
P.  1  .H. 

0 

6 

4-89 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 

+  -  FIELD  SURVEY  DATA  RECEIVED  6-20-85 

*  -  ADDITIONAL  FIELD  SURVEY  DATA  REQUIRED. 


DISTRICT:  /3s^.jCs*s<Z 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:    »g  9^-7  J77 
PRO  J.  NAME:  Gt&sGjisrr  ^T.  *Q. 

LENGTH:   7  /togs  

COUNTY:  ^rs^aa.  

CONTRACT  TIME:  7  J"  4J*je,*,*sa  day:* 
ORDER  TO  PROCEED  DATE:  4-^9-?^ 

%  COMPLETE:  ^  

%  TIME  USED:   

NO.  MEN  EMPLOYED:       s<£  To  ^/ 


CONTRACT  AMOUNT:  $ 

CONTRACTOR:  S^g^Uk  aSitoSg  ^(S^eaue^  <£>. 

FROM  (town):  *6^*sas.  

AWARD  DATE:  

DATE  WORK  STARTED:  ~^-<Pl5"  


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  0*J***.r+A/  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL:  (^.uT^jQcTo^  ^ t  C?a^,^*Sias&  a?^*a,T  s9*/tT&crfC 
 7%<g.  /4c*-/fg77  —  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


/4f 


CMS- 14 


DISTRICT:  S/jU/aKS 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      ztva>*  30  ,g ^ 

PROJECT  NO.:    x*  9*~*  CONTRACT  AMOUNT:    $  /.^a  gg^Jto 

PR0J-  NAME:  mmjmJW&Mmxi         contractor:  etefaw  ^aaag^ 

LEN6™:         *  *    <gfrtti*S   FROM  (town):     *****      ^  „ 

C0UNTY:     Jr/^UV^T-^   AWARD  DATE:        ^gy^  /3&jS 

CONTRACT  TIME:      ?:<   uJa**>j»j*.  aa*<  DATE  WORK  STARTED:  —  

ORDER  TO  PROCEED  DATE:      0gfa&£  PROBABLE  COMPLETION  DATE:  s*-/*-vs 

%  COMPLETE:  a   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:        3£>   NO.  SHIFTS  PER  DAY:  —  

NO.  MEN  EMPLOYED:    &   NO.  HOURS  PER  SHIFT:  _^  

ACTUAL  COMPLETION  DATE:  ^ 


T)IS1 


DATE  CERTIFIED  COMPLETE  BY -DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  ^/j, 
PROJECT  MANAGER:     ^  TELEPHONE:  JUOt^JU^Z 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL:     ^                  t#vct/*+*    mm&m****  *****    ***  mm  €ULt 

Office    AT  A/i.i/*><Fif — aal — <tuaj*   /y„ /yftT.  y*4  J~.^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Jc/^/c    26,    /  9&S 

PROJECT  NO.:    7/P  90"QC98)  4S&>  CONTRACT  AMOUNT:     $  /j  492,458-  73 

PRO  J .  NAME :  P,^e/4tuLS  ZvmQaJAV<U=  CONTRACTOR :  £>?7p/££  SavD^ ££AuCL&>j  jZ^f 

LENGTH:         S-  8  /77/Z<fr<T   FROM  (town):   

COUNTY:        \q.LLOuJ&TOa)F   AWARD  DATE:  -4'3'8S  


CONTRACT  TIME:         7S  W.  D-   DATE  WORK  STARTED:        4  -//"££ 

ORDER  TO  PROCEED  DATE:      4'29'BS  PROBABLE  COMPLETION  DATE:  7~J9'£$ 

%  COMPLETE:  45l2d.   N0-  DAYS  WORKED  PER  WEEK:  5 

%  TIME  USED:        6S°/o  NO.  SHIFTS  PER  DAY:   Z  

NO.  MEN  EMPLOYED:  /7   NO.  HOURS  PER  SHIFT:  9  

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  — "  

EFFECTIVE  OPENING  DATE:  ;  

PROJECT  MANAGER:  DdUlD  P  StWV/tlti*J  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:   /£_  ADDRESS:     De£PT  OP  /J/GAlu>/>  VL<Z 


GENERAL:      VJoZK  tfo^S/STiTS)   OF   PlACE/T?/=/UT  0*=     ^dOA/T  /7?/yf 

Surf.  &e  B)  cold  midJUM&t  4? &s*jzn  /p*/^  /jjoe/c.  

Jre/VX  ^  P*/ZdeAJnr/)d,E&  <Q/=  SosnpLETto'Q  XkS  follows  ' 

£&£££SZhj&  it£/7?s         5£%  dosnpcere.)  Go/sen  /2a il  cuoeic  - 


DISTRIBUTION-     WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE 
3255-2914  /3 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       ^  Z3£i  -8S 


PROJECT  NO.:  JT/?  <?A-  c?fe3)S&3 
PRO  J.  NAME:    jSsJttoac  J^rAtes  <^7 

LENGTH:  SLX  >?y//r,  

COUNTY:   

 rFO  MA 


CONTRACT  TIME:   

ORDER  TO  PROCEED  DATE:  -g*/ 

%  COMPLETE:   <?  7  

%  TIME  USED:   £>3  

NO.  MEN  EMPLOYED:   


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  /  ££8 

CONTRACTOR:      ^ZlO^r  ^L/^^hfO^ 

FROM  (town):  S?s^s*/C: K  

AWARD  DATE:   /<g>-^/-ffV 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  /betoBrfa.  (Dr7Z>MA/  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    /O  ADDRESS: 


£  3&  - 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT 


Hin<j. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        7  -  /  -  p, C> 


PROJECT  NO.:  JS9Q^3Ml52h 

pro j.  name:  Lodge.  gh*SS  dfadh 

LENGTH:  _ 
COUNTY: 


CONTRACT  TIME: 


Bjg  Morn 


CONTRACT  AMOUNT:     $    ££4  £73,  AS" 
CONTRACTOR:        U,Mg    fonfA  <V>.;  TnL. 
FROM  (town):     Gr?*+     QjJ^  MT 
AWARD  DATE:  3-lZ-&^  


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  &Q 
%  TIME  USED:  __£3_ 


DATE  WORK  STARTED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:     D,£  T^y/or 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  S 


TELEPHONE : 
ADDRESS : 


Opt  nf  ^A/y* 


LnrijP  Grn^  MT* 


general:     WorK    fonsi^d  rf rrprMnn    rp.+ampA  enr+k 

WCL.ll    and  hOLCXfiltinn.    Tjpmc,  rund  prrrPntfinpc^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


/  30- 


DISTRICT:  &iccitJ6^> 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       7-  /-<3-S 


PROJECT  NO. :  XD3QS(?)£)  S3/  UZ. 
PRO  J.  NAME:  LoG&£?<ZjeA<>?>-  ^jtjJ 

LENGTH :     //  7  Mj<  ^  

COUNTY :     Q\G>  l4nf?JU  

CONTRACT  TIME:   Z&Q tioeKM& 
ORDER  TO  PROCEED  DATE:     IQ-Sl- 63 

%  COMPLETE:  ^5  

%  TIME  USED:  _£/  

NO.  MEN  EMPLOYED:  4*2- 


CONTRACT  AMOUNT:    $  14-  7Z53  Z77,  ^53 
CONTRACTOR:    gg^<;  CoLST. 
FROM  (town):    feQA^/^  hJA*>titAl6T£>i( 

AWARD  DATE:   

DATE  WORK  STARTED:  g-Z7-g<f 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY:       /  To  Z. 
NO.  HOURS  PER  SHIFT: 


/6-/-6S 


5  ~roC> 


8r0  JO 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  ///A 

PROJECT  MANAGER:  P.C  ^,Tr^/  Snx/  TELEPHONE:      £  33~Z4Z3 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ^8       ADDRESS:     R  Q.  /3qx  <£*?Z 


GENERAL:    Ffeo<S£g5S  £ooO.  U7^g>*  /ij  Riao<zrt=&^  CfULStL&rgn 
SGSQidJ&t  &eA/A/A£e:;  /=}A/j^jJ/AJ&f  5u/eenrMi€>  £  ^tjpu^tu&f^- 
J-t&is  f&jpc&jjr  rn^^z        /J&&A*,  f=hu  owsz  Mt^c.  &L%*. 

&WAJe>  3S%:  Seen/A/^  37%-  QB&Ma&s.  38%;  Su£eaatf& 
jit  Ekn&££££*  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Billing! 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        June  30,  1985 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY:       Big  Horn 


I  ID  90-9  (62)  543  & 
P  74-1  (2)  0  U-2 


CONTRACT  AMOUNT:     $    7,977, 895»95 


Wyola  South  &  Wyola  Conn.  CONTRACTOR:    Hilda  Construction  Co.,  Ino 


5.8  Miles 


FROM  (town) 
AWARD  DATE: 


Great  Palls,  Montana 

8-26-83 


CONTRACT  TIME: 


220  WD 


DATE  WORK  STARTED: 


4-9-84 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  67* 
%  TIME  USED: 


8-29-83 


80* 


NO.  MEN  EMPLOYED: 


13 


PROBABLE  COMPLETION  DATE:        8-1 5-85 

NO.  DAYS  WORKED  PER  WEEK:  5  

NO.  SHIFTS  PER  DAY:  1  

NO.  HOURS  PER  SHIFT:  10 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE:  _  343-2501 
ADDRESS: 


PROJECT  MANAGER:     R.  Sehaak 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  15 


Box  366 


Wyola  Montana.  59089 


GENERAL :      Work  in  progress  consists  of  Hllde  Construction  Company,  finishing 
the  3and-Sub  Base  and  placing  topsoil  from  sta.  634  to  780,  and  placing  Poamix 
material  on  the  West  Bound  lane  from  sta.  840  to  940.  


Martinez  Construction  is  placing  cattleguards  and  concrete  slope  protection 
in  the  Wyola  Interchange  area.  

A  14  person  engineering  crew  is  assigned  to  inspection  and  layout  work. 

1  person  is  assigned  to  office  duties.  


Grading  Items  are  99*  complete,  Drainage  Items  are  98*  complete,  Structures  are 
100*  complete,  and  Poamix  is  40*  complete.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    June  30,  1985 


PROJECT  NO.  :  I  ID  90-9  (38)  5*9  U-2 
PRO  J.  NAME:    Wyoming  Line  North 

LENGTH:  5»2  Miles  

COUNTY:       Big  Horn 


CONTRACT  AMOUNT:     $  7,261,180.56 
CONTRACTOR:      Hllde  Const.  Co..  Ino. 


FROM  (town):  Great  Palls,  Montana 
AWARD  DATE:  8-5-83 


CONTRACT  TIME: 


220  WD 


DATE  WORK  STARTED: 


9-6-83 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  88$ 
%  TIME  USED: 


8-5-83 


84* 


NO.  MEN  EMPLOYED: 


J9_ 


PROBABLE  COMPLETION  DATE:       6-1 5-85 
NO.  DAYS  WORKED  PER  WEEK:  5 

NO.  SHIFTS  PER  DAY:  1  

NO.  HOURS  PER  SHIFT:  10 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER:   R.  Sehaak 
NO.  OF  ENG 


PERSONNEL  EMPLOYED:  15 


TELEPHONE: 
ADDRESS: 


343-2501 


Box  366 


Wyola  Montana.  59089 


GENERAL:  Work  In  progress  consists  of  Hllde  Construction  COMpany,  placing 
Poamlx  Material  on  the  West  Bound  lane  from  eta,  gjtg  to  1214.  


Martinez  Construction  placed  concrete  slope  protection  at  the  Aberdeen  XBtyjgjhaage 
area. 


A  14  person  engineering  crew  is  assigned  to  Inspection  and  layout  work. 

1  person  is  assigned  to  office  duties. 


Grading  Items  are  99*  couple te,  Drainage  Items  are  99*  complete,  Structures  are 
100*  complete,  and  Poamlx  is  97*  complete.  ' 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 221F 


CMS-14 


DI STRI CT :  S/il/as** 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  $o 

PROJECT  NO.:     j?rfi    ^.//yjg  CONTRACT  AMOUNT:     $  .</b    a  jt^ .  oe> 

PRO  J.  NAME:     Wy,.   ^  .  g^g,  CONTRACTOR:     ^TJft^C/f    Om&t  Ch. 

LENGTH:       ^   z    FROM  (town):       £A&UL  >  ^ 

COUNTY:   gfKVgg^   AWARD  DATE:       ^yyy  7  9*< 

CONTRACT  TIME:     ^    j/w:  /  DATE  WORK  STARTED:      zruv*  /7.t9&6 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:  9-/-9S 

%  COMPLETE:  so   NO.  DAYS  WORKED  PER  WEEK:  ^  

%  TIME  USED:  ^a   NO.  SHIFTS  PER  DAY:   ^  

NO.  MEN  EMPLOYED:        vg   NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:  ////, 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  ^/^  

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     g./y,  x*>*ajJ  TELEPHONE:  3/27  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  +2.4  sn^er  


GENERAL :  4.  CfT£XJn/At£#   Gu&tZz,  Pas*.  ,  -S  l>&    ro^  -tjpa,  ttojo       r*A>  re  jo 

gataia&ific  art* a r/e*>s  em.  z^**  u. \j*t&  .  dBaae^aag   sp/jr/A,*   smat,  - 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  gMiA&& 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      y^jpf  j  9<8^ 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


CONTRACT  TIME:      „„  ^ggg^M 
ORDER  TO  PROCEED  DATE:  Jt-y-a^ 

%  COMPLETE:  yg^  

%  TIME  USED:   


CONTRACT  AMOUNT:  $  ^  ^y/  07^ ,  &7 
CONTRACTOR:  a>£*X£/aj  ziLcavatvo+j  /a//: 
FROM  (town):  4aA£*  „  s»?s*ja/ 


AWARD  DATE: 


NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED:  mfuj. 

PROBABLE  COMPLETION  DATE: 

NO.  DAYS  WORKED  PER  WEEK:  2 

NO.  SHIFTS  PER  DAY:   A  ^ 

NO.  HOURS  PER  SHIFT:   a 


ACTUAL  COMPLETION  DATE:      ^.  z.*-g4 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  ^ 


PROJECT  MANAGER: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE: 
ADDRESS: 


GENERAL:  — $UB  .  ^g^yr^^raK  ,  jS/jirr/tuscti  c**gt .  Co.  m^mma  g  a*** 

CH\?   tttiUh'tZ.  TH£ — PfeSfCT    rfra  Sua  -   W<"?  A->  * 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  -3Q-8'5 


PROJECT  NO.:  /:/^^r3 7-/6W-/ 
PROJ.  NAME:    QfificJ  4?^- 

LENGTH :   X.7rfJ/^S  

COUNTY:   /Sj<?   

CONTRACT  TIME:       /4><Q+5  -- 
ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  Q<?  

%  TIME  USED:  7£,  

NO.  MEN  EMPLOYED:   


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  £>. 

CONTRACTOR:       /r.M  /O/rr/FJWt-  ^i^/S 

FROM  (town):  ftry 


AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE:  7-3-85 
NO.  DAYS  WORKED  PER  WEEK:  S 

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  /<Q  


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Mzfr-/?  ^  OrrrVOAJ    TELEPHONE:         6>3>&~  W7/ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    JO      ADDRESS:  Za^/aJA.  /tft,,^ 


GENERAL:        ggg    &>Mrf'fl£r&e    /Z/MS»£&    /%Q/fi/G  ,  S/g/f/A/C,  ^tM. 

rtomfte/Y/J  7-3-8S  

/tf/SC  ZT&vs  9<?7o.    &n?nMt- JJ&».<>  £o%^   z?xC  2:tzms  /an7^ 
(U/CC^r  7r/7r/n<i  97%    $/;/W<lmg  jTyjr/ns  /oocAy  S/<zms? 
G/M£>  ma  Jttns  /Qo%   S^&srf6  <Z77*y»s  soot,  /Zxve/A/KJJZxx 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        &  ~3Q-  XS 


PROJECT  NO.:      £-  -  ^    CONTRACT  AMOUNT:     $  lf  2^  ?<?  7.  <?Q 

PRO  J.  NAME:     /q///a//?-   SauTH  CONTRACTOR:  djF*TU/ty 


LENGTH: 
COUNTY: 


6>J  /njj-fs 


CONTRACT  TIME:        7S  6J.  S) 


FROM  (town) 
AWARD  DATE: 


DATE  WORK  STARTED:  6  - 3- 8S 


ORDER  TO  PROCEED  DATE:      <t-28-  #5 

%  COMPLETE:   2  

%  TIME  USED:   2J&  


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 




/  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Afe&tenrA.  &77&Afi/  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    J£  ADDRESS: 


GENERAL: 


  7/^  0AJ  /Ztoyzcr 

 Z?7zms  ?  /thzfjztfr/kZfs  $£L&m&£&&4.  /fee  as  jCZxadu)si 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  <g&Z^gL* 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  i  9R.< 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


CONTRACT  TIME:  So  Idfctt^MS  MBS 
ORDER  TO  PROCEED  DATE:  * 

%  COMPLETE:  s^/i  

%  TIME  USED:  %g  

NO.  MEN  EMPLOYED:  * 


CONTRACT  AMOUNT:     $    fj£7  ggi  « 
CONTRACTOR:     ^PPi,  q^sg^k.  ZZ*L 
FROM  (town):  SUAJA^ 
AWARD  DATE:      ^smBMH  g 
DATE  WORK  STARTED:     srtjOjPrv  s4  j9&4- 
PROBABLE  COMPLETION  DATE:  s-~Zi 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   ^_ 

NO.  HOURS  PER  SHIFT:   a 


ACTUAL  COMPLETION  DATE:      <.2fl.  s£ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  ji/Ss, 


PROJECT  MANAGER: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE 
ADDRESS: 


GENERAL:  g2^g  sKovecr  /3  7*  e&aqpAe&fiL*  <2aA£  mt*. 
/*>  o/¥/c£ — &&&i£tikUi  jc^yfJL    mAmA    sJ^ad^d.   &*  ->~s-* 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    ^  -  2&>'8S 

PROJECT  NO.:   /-/£S    /O04^7^)  CONTRACT  AMOUNT:     $    /&?  29/'  8Q 

PRO  J.  NAME:  £&)4jQ  /foz.j/S&ST  \U.  CONTRACTOR:  QU*£&&tL 

LENGTH :        Q.  QO  /7? /  '  FROM  (town):  fitlL/v^S  

COUNTY:        Ye^ LOcU  STOA)&   AWARD  DATE:  /'3~8£  

CONTRACT  TIME:  /U£  2/?  /9&S  DATE  WORK  STARTED:  ^-/^  '8£ 

ORDER  TO  PROCEED  DATE:      2'S'83  PROBABLE  COMPLETION  DATE:  7~/Q'&S 

%  COMPLETE:  Z£]2g   N0-  DAYS  W0RKED  PER  WEEK:  £. 

%  TIME  USED:   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:  /Q   NO.  HOURS  PER  SHIFT:   & 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  " —  

EFFECTIVE  OPENING  DATE:  - — 

project  manager:  £hL>/D  P  £c*u//n4*Jmsmm i      245-  9gOZ-  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:     QePT   QF  /Jjd/J6Q4f/S 

GENERAL:      LUoZK  ^oN^iSTBD    QF  Pi/iCE/rJcAjT  QF  CevStSfD 

£l£Cr£/Cac.  -  97%  £osnpcer£;   DQltoAd-e  LVoZK  -  9S%  £ompt.er£.} 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  <=> . 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       <^  'jZ&j&C 

PROJECT  NO.:    S/??P  S699~85  CONTRACT  AMOUNT:     $    336,  792,  OO 

PRO  J.  NAME:    ^^C^l^S^P/ig  CONTRACTOR:  Gaaj/X?  g/2AO& 

LENGTH :   ^     FROM  (town):  ^LdA^S.  

COUNTY:    l^^^^^r^iV  AWARD  DATE:  &Ml££  

CONTRACT  TIME:        £j>  VJ.Q.   DATE  WORK  STARTED:  4~/-g5 

ORDER  TO  PROCEED  DATE:       4-/&"&5  PROBABLE  COMPLETION  DATE:        —  ; 

%  COMPLETE:  /QO°/d   NO.  DAYS  WORKED  PER  WEEK:  £ 

%  TIME  USED:  23%   NO.  SHIFTS  PER  DAY:  / 


NO.  MEN  EMPLOYED:  //   NO.  HOURS  PER  SHIFT:  f£> 

ACTUAL  COMPLETION  DATE:  £,3-8.5 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  4^£SL 
EFFECTIVE  OPENING  DATE:  ^ 

PROJECT  MANAGER:  0/)u,D  f?  TELEPHONE:      245"  9fio2.  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    J_       ADDRESS:     QePT  /JiGfJcuAYS 


GENERAL:   ///j?  fivj&CT  <?<PAJ PL £~n=  H   Oa/   J(j^  3. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      CfC^e  £oj 


PROJECT  NO.:       ^     , r  *  }  ,  „^ 

PRO  J.  NAME :  6^ss  Jr^  J.  , 

LENGTH :  Z6.  6  a///^  

COUNTY :  J  P/://.y»- 


CONTRACT  AMOUNT: 


FROM  (town): 
AWARD  DATE: 


CONTRACTOR:     jP^^  A^U,  ^„ 


V3- 


CONTRACT  TIME: 
ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 
NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED: 


a<Z  -  /  9  -  3  s 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

  TELEPHONE 

o  -  <S       ADDRESS : 


PROJECT  MANAGER 
NO.  OF  ENG.  PERSONNEL  EMPLOYED 


Safe 


P.  &.  SSo       /  -Z-1~ 


GENERAL: 


it 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     ^T^^g  3QJ  /<? 


PROJECT  NO. 
PRO J.  NAME : 
LENGTH: 


/ 


CONTRACT  AMOUNT:     $         <3  s>o2.  gO 
CONTRACTOR:     #t^«.i/c  gJLJLZfi  *~ 
P/a  .r  


FROM  (town): 


COUNTY :  tf^Jx L //  /g hdaa«tpL '£*e9M*       AWARD  DATE: 


CONTRACT  TIME:  & 


ORDER  TO  PROCEED  DATE:         -7  g 

%  COMPLETE:  /so  

%  TIME  USED:  — 


DATE  WORK  STARTED: 


46  -/Z  -«g5" 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  TELEPHONI 

ADDRESS 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


32  g  -  34<£C 


GENERAL: 


C     t-LA  a.  _ 


7^ 


121 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  j/. 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  tfS  Jf  X 7  -  /  Cs  )  a 

PROJ.  NAME:  ^jj^ 
LENGTH: 
COUNTY: 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE 
ADDRESS: 


PROJECT  MANAGER:  frj/*^ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  &-g 


3Z3  -  3*-6& 


Cm/7 


GENERAL : 


— T —  i  / — — 


4 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 16 

DISTRICT:  jd/^/^/as, 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  £  -  Jj^-g'S 

PROJECT  NO.:    »g  9*-<?/99)  ^T9J  DATE  SURVEY  AUTHORIZED:  3-¥<£ 

PROJ.  NAME:  s^r.  e^isnT  DATE  WORK  STARTED:  s/-^?- 

LENGTH :   7.6   /H/*gS   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT: 

PROJECT  MANAGER:  /go/fg^r  GgOeL&*J     TELEPHONE:  -  4e.a<*  

NO.  PERSONNEL  ASSIGNED:  ^  %  COMPLETE:      ?a        a /g  t*J«*U£ 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


DISTRICT:  A^/IL/A/^S 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    <Jua//-     26,  /98S 

PROJECT  NO.:  /fV£3  ~2C3^^4  DATE  SURVEY  AUTHORIZED:  /2'5-83 


PROJ.  NAME:    fi/2o4DU/eoU  -  //0//JA        DATE  WORK  STARTED:      /  ~  /(D'a^T 
LENGTH:      28-  4   ^        Z    /??/  ESTIMATED  COMPLETION  DATE:  &*2'&5 

DATE  SUBMITTED  TO  DISTRICT:  /2-5~S3 

PROJECT  MANAGER:  DjQ/Q  P.  5^^/?>l>rELEPHONE :      24 5 ~  ?80Z~  

NO.  PERSONNEL  ASSIGNED:         3  %  COMPLETE:  £  7 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


CMS-14 


DISTRICT: 


5130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      June  27,  1985 


PROJECT  NO. 
PRO J.  NAME : 
LENGTH: 
COUNTY: 


F-HES  57-3  (15)  67 
Moore-Lewis town 

14.1  

Fergus 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE: 
%  TIME  USED: 


90  Working  Day; 


CONTRACT  AMOUNT:  $  

CONTRACTOR:    Empire  Sand  &  Gravel  Co.,  Inc. 

FROM  (town):        Billings,  Mt.  

AWARD  DATE:   

DATE  WORK  STARTED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVF:  OPENING  DATE:   

PROJECT  MANAGER:         Pa<;<;nw  TELEPHONE: 

ADDRESS 


Passow  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  5 


538-8731 


Box  491 


Lewistown,  Mt  59457 


GENERAL:      A  five  man  engineering  crew  has  been  slope  staking  on  the  project. 
Sta  0+00  to  Sta  347+58.6    West  Section  has  been  completed.    Sta.  20+31.3  to 
 Stfl  60+00  Fast  Section  is  r.nmplpf.pd  


No  defininate  date  has  been  set  to  begin  construction  operations 


DISTRIBUTION: 


3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-14 


DISTRICT: 


5130 


FOR  THE  PERIOD  ENDING: 

RTF  57-3  (11)  88 

PROJECT  NO.:    F"HES  57-3  (16)  97 

DDnT    XTAMT,   East  of  Lewistown-East 
PROJ.  NAME:  Grassrange-West  — 


CONSTRUCTION  PROGRESS  REPORT 

June  27,  1985 


LENGTH: 
COUNTY: 


14.9 


CONTRACT  AMOUNT:     $  2,790,151.70 
CONTRACTOR:    Glenn  Rehbein  Excavating 
FROM  (town):       Plains,  Mt. 


Fergus 


CONTRACT  TIME:     90  Working  Days 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  50 
%  TIME  USED: 


4/29/85 


AWARD  DATE:  April  3,  1985 
DATE  WORK  STARTED:  4/23/85 


37 


NO.  MEN  EMPLOYED:  26 


  NO.  SHIFTS  PER  DAY: 

  NO.  HOURS  PER  SHIFT: 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

Passow 


DATE: 

8/1/85 

WEEK: 

5 

1 

8-10 

PROJECT  MANAGER: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  12 


TELEPHONE : 
ADDRESS : 


538-8731 


P.O.  Box  491 


Lewis town,  Mt 


GENERAL :     The  grading  has  been  completed  with  blade  work  remaining  to  be 
completed.      '"ul^ert . installation  is  completed.     Base  gravel  has  been  placed 
with  80%  of  it  being  primed.     They  are  placing  the  3/4"  CTS  at  this  time. 
Asphalt  Paving  has  been  scheduled  to  start  for  the  past  several  weeks,  but 


they  have  not  been  able  to  determine  the  proper  bin  settings  to  meet  the  Job 
Mix  Target  gradations.     Some  problems  have  developed  with  the  crushed  stockpile 
gradations.    Also,  a  new  burner  has  been  placed  on  the  plant  and  this  has  not 
functioned  properly,  causing  them  to  not  be  able  to  operate . 


p~"  fP  rfT)  fp 

utut 


DISTRIBUTION: 


3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


IfO 


1965 


J 


;0^37RUCTI0N  B'Jftz. 


CMS-14 


DISTRICT:  5130 

CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:       June  27,  1985 
RS    000S  (68)  Signs 
PROJECT  NO.:      RS    POPS  (69)  Signs  CONTRACT  AMOUNT:     $  18,829.50 

PRO J.  NAME:      Signing  Fergus  &  J. Basin  CONTRACTOR:     L.A.  Construction 

LENGTH:      68.7  Miles   FROM  (town):   Havre,  Montana 

COUNTY:      Fergus  &  Judith  Basin  CountiesAWARD  DATE:     March  11 ,  1985 


CONTRACT  TIME:    30  Working  Days  DATE  WORK  STARTED:  5/7/85 


ORDER  TO  PROCEED  DATE: 

4/16/85 

PROBABLE  COMPLETION 

DATE: 

7/6/85 

%  COMPLETE:  99% 

NO.  DAYS  WORKED  PER 

WEEK: 

4 

%  TIME  USED:  .99% 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED:  3 

NO.  HOURS  PER  SHIFT 

10- 

12 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE 

BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      R.  PasSQW   TELEPHONE:  538-8731  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _Q_       ADDRESS:      P.O.  Box  491  

Lewis town,  MT  59457 


GENERAL:      RS    000S(68)  69  

 Project  completion  has  been  delayed  due  to  the  non  arrival  of 

some  signs.from  the  supplier.    Delivery  is  scheduled  for  the  week  end- 

ing  7/6/85. 


uu~.  i — 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-29  U 


JUL  2 "  ^8d 
CONSTRUCTION  BU..£A 


CMS- 14 


DISTRICT:  5130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       June  27,  1985 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY: 


F-57-3(09)121 


Winnett-West 


CONTRACT  AMOUNT:     $  5,517,998.81 
CONTRACTOR:     Hilde  Const.  Co.  Inc. 


9.1  Miles 


Fergus-Petroleum 


CONTRACT  TIME:  160  Working  Days 
ORDER  TO  PROCEED  DATE:  8/26/83 

%  COMPLETE:  99  

%  TIME  USED:  __86  

NO.  MEN  EMPLOYED:  21 


FROM  (town):  Great  Falls,  MT 
AWARD  DATE:  8/5/83  


DATE  WORK  STARTED:  August  30,  1983 
PROBABLE  COMPLETION  DATE:  7/1/85 
NO.  DAYS  WORKED  PER  WEEK:  6 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


1 


24 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    R.  PasSQW   TELEPHONE:  538-8731 

5_       ADDRESS:        P.O.  Box  491 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Lewis town ,  MT  59457 


GENERAL:         Contractor  agreed  to  provide  a  maintenance  bond  for  the  road- 
way to  cover  damage  resulting  from  failure  of  the  crack  sealant. 


Sub  Contractor  Martinez  Const,  began  seal  &  Cover  operation 


6/24/85  completing  it  6/29/85.  Paint  striping  is  to  be  accomplished 
7/1/85 . 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  5130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      June  27,  1985 


PROJECT  NO.:     RS-236-1 ( 7) 0 
PRO J.  NAME:     Hi  1  ger-Wi ni f red 
LENGTH:       24.12  Miles 


DATE  SURVEY  AUTHORIZED:  11/7/84 


DATE  WORK  STARTED:  2/8/85 


ESTIMATED  COMPLETION  DATE:  2/15/86 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:       R.  Passow  TELEPHONE:  538-8731 


NO.  PERSONNEL  ASSIGNED: 


0 


%  COMPLETE 


0 


Work  will  begin  when  crew  becomes  available. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


lable.  nnfiff 


,\j>u  o  _  \-e^M/BHB/sw/22iE 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      June  27,  1985 


PROJECT  NO.:      RS-297-1 ( 1 ) 24 
PRO J.  NAME:    Hedgesvi 11 e-North 
LENGTH:  8.0  Miles 


DATE  SURVEY  AUTHORIZED:  10/7/82 
DATE  WORK  STARTED:  11/15/82 
ESTIMATED  COMPLETION  DATE:  N/A 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:        R.  Passow   TELEPHONE:  538-8731 


NO.  PERSONNEL  ASSIGNED:  0 


%  COMPLETE:  90% 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


Uu    \\\V-  ^  "Ck&/BHB/sw/221E 


DISTRICT:  fj//.UA/4A 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     ztumH    3o  .  I 

PROJECT  NO.:      ^rv      * t     (,*)  DATE  SURVEY  AUTHORIZED:  x-zo-8<5 

PRO  J.  NAME:    ,  <?    g2&U£*    ^rtjrzicrjcjj  DATE  WORK  STARTED:      *  -  /  3  -  8S  

LENGTH:  r> .  6  ?   ESTIMATED  COMPLETION  DATE:      4 .  ^b-SS 

DATE  SUBMITTED  TO  DISTRICT:      cti/asj?  Z-7><>?< 

PROJECT  MANAGER:       ^  ^    S^**S  TELEPHONE:  J^-J»gy  

NO.  PERSONNEL  ASSIGNED:  <g  %  COMPLETE:   

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  ^L^^tfca 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       ^  23  

PROJECT  NO.:  9^^,  f&)  DATE  SURVEY  AUTHORIZED:  y-*l0-f¥> 

PRO  J.  NAME:     /L^  &d&&*         DATE  W0RK  STARTED :  £*^££J&L  

LENGTH :   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:    . 

PROJECT  MANAGER:  TELEPHONE :   

NO.  PERSONNEL  ASSIGNED:  >~  %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


DIRECT  PARTICIPATION 
FEDERAL  HIGHWAY  ADMINISTRATION 


« 


REV.  2/85 


MONTHLY  PROGRESS  REPORT 
DIRECT  FEDERAL  CONSTRUCTION 
MONTANA 


PROJECT 


LOCATION 


LENGTH 


TYPE 
WORK 


PERCENT    %  WORK  COMPLETED 
TIME        AND  ESTIMATED 
USED       COMPLETION  DATE 


CONTRACTOR  AND 
CONTRACT  AMOUNT 


GLAC  10(1),  200(1) 
&  909(1) 


Cascade  &  Teton  Co.  3.086 


Bituminous  paving 
(1000) 


83  3%  96.7%      American  Asphalt,  Inc. 

06/11/85     $  447,041.00 


Flathead  County 


9.655     Grading  and 

aggregate  surfacing 


Hilde  Construction  Co. 
Inc. 

$  4,033,405.45 


